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PLEASE  RElii 

MONTANA 

DEPARTMENT  OF  HIGHWAYS 


Montana  State  Library 


3  0864  1006  6554  9 


CONSTRUCTION  ,  DISTRICT  DESIGN  and  PRELIMINARY 
SURVEY  PROGRESS  REPORT 

STATE  DOCUMENTS  COLLECTION 

JUL  181984 

MONTANA  STATE:  L 

?515  E.  6th  AVE. 
HELENA,  MONTANA  59620 


HI ' 


ISSUED  THE  FIRST  MONDAY  OF  THE  MONTH 
July  2,  1984 


DOMINION 


BR'TISH  COL 


UMBIA  V 


LEGEND 

STATE  MAINTAINED 
FEDERAL-AID  ROUTES 

~  Interstate 

-  Primary 
=====  Secondary 

INCORPORATED  CITIES 
(ft  Capital 

^     „             „  .        Butte     Over  5000 

«     County  Seat  I       Co5codc    Under  5000 

@  Other 


FINANCIAL 

a 

COMMISSIONER  DISTRICTS 


District  Boundary 
3)     District  Number 

Effective  Date-.   7-  I  -83 


MONTANA 

PREPARED    BY  THE 

STATE  OF  MONTANA 
DEPARTMENT  OF  HIGHWAYS 
PLANNING  AND  STATISTICS  BURE  AU 

IN   COOPERATION   WITH  THE 
U.S.    DEPARTMENT    OF  TRANSPORTATION 
FEDERAL    HIGHWAY  ADMINISTRATION 


SCALE 
20        40         60  Miles 


1 


DISTRICT:    S'jr*»  /. 

//3a    f  /*%* 

DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:       ,7L„^  Z7{  /984- 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-UDC 

n-nKo 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

//£   90- 64- 
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DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


Montana  State  Library 

1 

3  0864  1006 

5934  4 

DISTRICT: 

DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  2.?  /9  8  t 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 

MILE- 

STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

'*>-*  rWcs 

t 

Q 

7 

. 

_   £/c*<*£  1  
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DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 221D 


DISTRICT:  -i^gf^ 
CONSTRUCTION  PROGRESS  REPORT  w  U  Lh£, 

J  UN         .  - 

FOR  THE  PERIOD  ENDING: 

0:-    .;  v..  ... 

PROJECT  NO.  :  3.7  UJ*Q?  CONTRACT  AMOUNT:     $  ~7,*/4/&.  fCS  "a 

PRO  J.  NAME:   ST.  £**r  4  u)£ST  CONTRACTOR:    QJfiSrt/*)  red   &A)ST  C*. 

LENGTH :  tf/l.£3   FROM  (town):       jtL^UL&J£AA  4QjZ> 

COUNTY :   /fi,A)?£L*l.   AWARD  DATE:  JAaJ  .  ^   ,  /^y 

CONTRACT  TIME:         JL^LQ    U).Z>.  DATE  WORK  STARTED:  £  /<7tf<J 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:      J0//  y  /s  /9ff>/ 

%  COMPLETE:   2^   N0-  DAYS  WORKED  PER  WEEK:  £ 

%  TIME  USED:   /_£   NO.  SHIFTS  PER  DAY:    / 

NO.  MEN  EMPLOYED:   ^   NO.  HOURS  PER  SHIFT:   <? 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Jwe?  I.  Cy^L  TELEPHONE:  &  gg  -   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         $T/f£   £*QZ£  </7J- 

GENERAL:    £Ati  T£A<>r0^    £xflAVAr/A/r>  &ZeAt   fiur  £t            JJ</  ~* 
Cfi  ,  /S  5£77/aJA    e+/>  *  /}#ra+/    P/jh/jr    SA)    7->S£  £tJZs  

Pet/Ate  z>/-rooA!.  6t*%  £*MM£r*  CLe*je/*)*  4  ?P%y  u^^t/tss.  £x<?. 

33 /n  JPV.&.  &  /%y  Steele  TSjL  Sommst^^  7~<s>s  Je>/+ 

£l££  l±  /»  .  2-  £AjA,jUfA^/Aj/+.  Caacos  €>a)  Cea  *  z&uz  zz&J 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


3 


DISTRICT:  yffi/S^&U^f*-; 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING :  ^U7f/?<^  3&/$%1* 

PROJECT  NO.:  JZ~^V/SV>^  jk£     CONTRACT  AMOUNT:     $  ^  ^  ^  746  /-^ 

^/tiVtUf^Slffxj-ta r      CONTRACTOR:     ^Mjj  fa'co/i fa"**'*?* ' 
f?-/  jS&Sk  FROM  (town):  '  ^Ast-j^^  t/Ju/<ry>J tifi 

f  j_  *  /  AUADn    RATI  . 


PRO J.  NAME: 
LENGTH:   

COUNTY:       /$/j?<f,rt-{  AWARD  DATE:   f~  2  £~ 

CONTRACT  TIME:                  £>  ttJfo            DATE  WORK  STARTED:  2^ 

ORDER  TO  PROCEED  DATE:  23*      PROBABLE  COMPLETION  DATE:       7~ £ *j/ 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  f 


%  TIME  USED:   "7%   NO.  SHIFTS  PER  DAY:   /_ 

2-  NO.  HOURS  PER  SHIFT:   % 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  J6'3-/'83 

PROJECT  MANAGER:  ^2^>  jj '/  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    20L       ADDRESS :  ^tu^CA-f^  h^^j! 


GENERAL:  /t^Jf^/^    ^j^h-^rV)7 C^/  4  ^rf/j? 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  - — j  j^y)  £  MOj/fS^ 


PROJECT  NO.  :  f0-/(f&)</3' 


CONTRACT  AMOUNT: 


PRO J.  NAME 
LENGTH: 
COUNTY: 


CONTRACTOR :     M^^S3-  /^W^  - 
FROM  (town):  £/-4*r/" 
AWARD  DATE:  % 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


Z 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE^  

PROJECT  MANAGER:  ^f/dJ}"lia  TELEPHONE:  g&Q^ff^ 

ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


MPTO1 


GENERAL: 


'aw/.  SigZ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:     Mis sou  la 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  30.  1984 

PROJECT  NO.  :  IR  90-2  (73)119   CONTRACT  AMOUNT:     $  2,796,742.94 

PROJ.  NAME:  Clinton  East  and  West  CONTRACTOR:      American  Asphalt,  Inc. 

LENGTH:  15.5  Miles   FR0M  (town):  Missoula  

COUNTY:  Missoula  and  Granite  AWARD  DATE:      November  7,  1983 


CONTRACT  TIME:  112  DATE  WORK  STARTED:       February  28,  1984 


ORDER  TO  PROCEED  DATE:  4-16-84 

PROBABLE  COMPLETION 

DATE: 

Aug.  1984 

%  COMPLETE:  40% 

NO.  DAYS  WORKED  PER 

WEEK: 

5 

%  TIME  USED:  39^ 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  30 

NO.  HOURS  PER  SHIFT 

10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Allan  J.  Dutton  TELEPHONE:   363-4420  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      10      ADDRESS:      P.O.  Box  328,  Hamilton,  Mt.  598*0 


GENERAL:        Progress  has  been  good  the  past  month.    Washington  has  completed 

all  curshing  items  and  moved  out  second  week  of  June.    American  Asphalt  is 
moving  in  and  setting  up  hot  plant  for  Q.G.F.C. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
June  30,  1984 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    ™  90-3(60)135 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


Beavertail  East 
7.6  Miles 


Granite 


77 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  4-16-84 

%  COMPLETE:   ^  

%  TIME  USED:   5_5^  

NO.  MEN  EMPLOYED:  30 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1.422,689.22 

CONTRACTOR :   American  Asphalt,  I nc , 

FROM  (town):  Missoula  

AWARD  DATE:       November  17,  1984 
DATE  WORK  STARTED:        February  28,  1Q34 
PROBABLE  COMPLETION  DATE:    August  1984 
NO.  DAYS  WORKED  PER  WEEK:    _  5 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1 

10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

_  TELEPHONE: 
10  ADDRESS: 


Allan  J.  Dutton 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


363-4420 


P.O.  Box  328,  Hamilton,  Mt.  59840 


GENERAL:        Work  for  the  past  month  has  constied  of;    Washington  Const.  Co., 

has  completed  all  crushing  items  and  moved  out  second  week  of  June.  American 
Asphalt  is  moving  in  and  setting  up  hot  plant  for  O.G.F.C.    Contractor  has 

completed  3/4"  Plant  Mix  Grade  B  operations  East  and  West  bound  of  project. 
Sub  Contractor,  Gurney,  has  removed  median  guardrail  and  has  replaced  it  with 
concrete  median  barrier  rail.    They  have  completed  all  guardrail  operations. 

 Survey  Crew  consists  of  engineers  on  paving;    1  plant  inspector, 

1  scalesman,  1  tester,  1  paver  inspector,  1  density  man.    1  person  in  office, 
1  man  on  signs,  1  guardrail  inspector,  and  1  man  supervising  and  setting  C/L 
nails. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


/ 


DISTRICT:  /ty ,jSjSO<V^/9 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  '  ^ 


PROJECT  NO.:     3L&  ?£>^J 

PRO  J.  NAME:      <Soz.D  C*.  ^.  <f 

LENGTH:  /Q.Q   

COUNTY:  Po^£*<>  


CONTRACT  TIME: 


7Q  WO 


ORDER  TO  PROCEED  DATE 
%  COMPLETE: 
%  TIME  USED: 


%  


60  % 


NO.  MEN  EMPLOYED: 


3  3- 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 
CONTRACTOR:      </.£tt&sS  C<***r.  Co 
FROM  (town): 
AWARD  DATE: 


2,  *-S~J. 


,-3Q-<3<t 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION 

DATE: 

NO.  DAYS  WORKED  PER 

WEEK: 

NO.  SHIFTS  PER  DAY: 

/- 

NO.  HOURS  PER  SHIFT 

<?■ 

-/o 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    J*Se>*s  P. 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  & 


TELEPHONE : 
ADDRESS : 


GENERAL:        (Or,*/-r  /Z*C~T<?A>      f><LAs*jS     7- »  rM^f  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
F  7-1  (6)  43,  Ul  &  U2 
F  FF  7-1  (2)  46,  U3 
City  Project  41  

Hamilton  South  

3.8  Miles  

Ravalli  


CONTRACT  TIME:    120  Borking  Days 


ORDER  TO  PROCEED  DATE:  April  18,  1983 

%  COMPLETE:  _94  

%  TIME  USED:  _9_4  

NO.  MEN  EMPLOYED:  3  

ACTUAL  COMPLETION  DATE: 


June  30,  1984 

CONTRACT  AMOUNT:     $  4,350,724,30 
CONTRACTOR:       Peter  Kiewit  Sons*  Co0 

FROM  (town) :     Sheridan,  Wyoming  

AWARD  DATE:       February  28,  1983 


DATE  WORK  STARTED: 


3,30-83 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  1984 
varies 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:    ' 

TELEPHONE:   

ADDRESS : 


Allan  Jo  Dutton 


PROJECT  MANAGER 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


363-4420 


Hamilton,  Mont.  59840 


GENERAL:     For  the  past  'couple  of  weeks  the  Prime  Contractor  fras  done  very  little 
work.,  Greenway  seeded  the  areas  that  were  readyQ  Mark  Rite  has  been  putting  down 
plastic  pavement  marking 0  

 The  EWO  work  on  the  outfall  ditch  North  of  Hamilton  is  almost  completed,, 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Zj&SextL* 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO 
PRO J.  NAME 
LENGTH:  _ 
COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  <Q 
%  TIME  USED:  Q 


NO.  MEN  EMPLOYED: 


/ 


ACTUAL  COMPLETION  DATE: 


"/A 


CONTRACT  AMOUNT:  $ 
CONTRACTOR:  Swaa,/ 


FROM  (town): 
AWARD  DATE: 


/4  /Vy*  g  £"Y£>s# . 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ^//f 

PROJECT  MANAGER:     z/^^  /?.  rtssjtiO  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      <*>  ADDRESS: 


GENERAL:        ^T<vy  7^>4<£,rWg.      5>>°^Vv>r-  p^y^  At^^s^/sv.z 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ££jjgjA&ijiA 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £  -  /2.-<$<?- 


PROJECT  NO.:  ///z<> 
PRO J.  NAME: 
LENGTH:       Q  .4? 
COUNTY:  £*>«^,; 


CONTRACT  AMOUNT:  $_ 
CONTRACTOR: 
FROM  (town):  Gk£m^ 
AWARD  DATE:         4-  -  7-0* 


A17- 


CONTRACT  TIME: 


W.  />. 


ORDER  TO  PROCEED  DATE:     4-  3o~<?f- 

%  COMPLETE:  /  Op  

%  TIME  USED:  


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:      A  -  3~-<g5* 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  S4- 

PROJECT  MANAGER :  jJa^oa/  JR.  & s**.a  TELEPHONE:  ^S~^_3  -^-/z  / 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


DATE: 

WEEK: 

ZL 

 1  

/ 

f 

GENERAL :  Pr^^/^t-    vV-»^     gg^A/r^  ^  -sr-&.<*. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  //30 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  IrH 

PROJECT  NO.:    BfjP-  fo)  4~  CONTRACT  AMOUNT:     $  3d  1 48  J  0 

PROJ.  NAME:  i^Sg^Jg^ggT' ^CONTRACTOR:    £Z>.  €£L"ATt 

LENGTH:  /V.   FROM  (town):     Bt'Jj/flf&j  dl£i 

COUNTY:      //J/ksou/c^   AWARD  DATE:        4-  3QS4.  

CONTRACT  TIME:  6£jU&tk±  &L  dg#A.  DATE  W0RK  STARTED:        £~~2-4--?  4- 

ORDER  TO  PROCEED  DATE:      S'Zt'j'4.  PROBABLE  COMPLETION  DATE:      9  "/ ' S"4 

%  COMPLETE:   ^3  %   NO.  DAYS  WORKED  PER  WEEK:     5*    7*b  (* 

%  TIME  USED:  V/  g \   NO.  SHIFTS  PER  DAY:  /   


NO.  MEN  EMPLOYED:     &_j£&_lL  N0-  H0URS  PER  SHIFT:      i.     ^*  H 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Alaa/  ~f   TELEPHONE:  SL/1-&V9/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _Z-       ADDRESS:  /f?i[SJ0u/+^  


GENERAL:       P/<Zt€  J    COIC^f^    /Q    j^T^j    ^/"p  o/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:       //^?  & 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECTNO.:      /fl      X  / 1 f CONTRACT  AMOUNT:     $  /kj ^  L& 

PROJ.  NAME:     (Bem4*tAd&   -/fate"^  CONTRACTOR:  ^a&aOfe  ^-T**' 

LENGTH:      _g     /^/^-<r^?^/w^  FROM  (town):   /7?^g>  <^/rf 

COUNTY:  /tL±&St«/i   AWARD  DATE:   

CONTRACT  TIME:   ft   tO.  Q.  DATE  WORK  STARTED:   V "  ^  St 

ORDER  TO  PROCEED  DATE:     /a  'ZV~S3  PROBABLE  COMPLETION  DATE:  £ 

%  COMPLETE:   7  &  %  NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:   S~<£>  %  NO.  SHIFTS  PER  DAY:   ' J_  

NO.  MEN  EMPLOYED:            £_Z-/&  N0"  H0URS  PER  SHIFT:  &  ~  / ^ 

ACTUAL  COMPLETION  DATE:  .  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  — 

PROJECT  MANAGER:    <JjSSl  M ).'//fzj*s  TELEPHONE:  ^V?-f^^  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         /jT^,/Ls>f  V&^f 

^urJ^£JJ3f.  fS  %  G&2tyzles£jfL  ,  f^rxd etc*  f  

£uJZU£Jt±b     jgAeauJL  heZ-  <^y^/c^/^</   kd&i  /^/?8f. 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO 
PRO J.  NAME 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
RTF  1-2(25)123 
RTF  1-1(20)30 
:      RTF  5-3(19)113  

See  Below  

7.4  -  2.0-8.0 


Lincoln  -  Flathead 


CONTRACT  TIME:       Thru  Sept.  1,  1984 

ORDER  TO  PROCEED  DATE:   

%  COMPLETE:   0 

%  TIME  USED:  Q  

NO.  MEN  EMPLOYED:  _g  


ACTUAL  COMPLETION  DATE: 


June  26,  1984  

CONTRACT  AMOUNT:     $  583,053.00 
CONTRACTOR:      Glenn  Rehbein  Excavating,  Inc 
FROM  (town):       Line  Lakes,  Minnesota 

AWARD  DATE:       April  30,  1984  

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  

NO.  HOURS  PER  SHIFT: 


Sept.  1,  1984 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    K.  Chrisinger  TELEPHONE:   

1  ADDRESS : 


755-5717 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kallspell,  Mt.  59901 


GENERAL :        Sub  Contractor  Pack  &  Company  intends  to  place  the  thin  lift  overlay 

 and  leveling  course  about  the  end  of  July.  Crushing  for  the  chips 

 is  to  start  about  the  middle  of  July. 


*LaSalle  Road  north  of  Kalispell 
Libby  North  &  South 
Kalispell  North  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:     :\]  ||fak  ;i 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        <£-  2-9-  gj<  _ 

PROJECT  NO.:     p-j=  T-i.-.  zlillO.  CONTRACT  AMOUNT:     $  'r  7Q.  ."C  B,  ?,0 

<g  PROJ.  NAME:    ,<^P     B^LQiii   CONTRACTOR:    AUnn  g^h-  .n   Qto^Qj  .T»C 

LENGTH:  Q  i£j  „,-,,]  £^q  FROM  (town):  1  j  MA* 
COUNTY:  )  ,a?  ,7' M  ,n  cr  r-\  Sr-,  g  A  s  AWARD  DATE:  r„- ,  j  ^  ><T£>4-- 
CONTRACT  TIME:        .  ,  \  g  Q  4^,f„  g.  .J.  j  KflfrfDATE  WORK  STARTED :    


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:    .<,.  ,,,4-  . 

%  COMPLETE:   q   NO.  DAYS  WORKED  PER  WEEK:  '— 

%  TIME  USED:   q   NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:  c>   NO.  HOURS  PER  SHIFT:   ^  

ACTUAL  COMPLETION  DATE:  __=  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  —  

EFFECTIVE  OPENING  DATE:  jjU  


PROJECT  MANAGER:   O  ^.coo  d  ^  TELEPHONE:     %£JE±&21  1  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:      Po  4-nC~)  

Poison  -rw^.  R«3«5Cu4o?f,  •  *->  'y^rr, — * — m- 


GENERAL: 


'  '  =3 — 6  °—  — ^ — rrJ — /  •  — 


r\  y~i  ,       "W--  Q  <        Q  C4-  <f.'f—  ■ .  \  -  t  \  v/  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/22lF 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  ^/sS  S~SQz)/3?- 
PROJ.  NAME:     / yy^c-r  0^  USA//r£~/e?S* 

LENGTH:  /?,  <>"  

COUNTY:  f^r/JsdO  

CONTRACT  TIME:  &o   


CONTRACT  AMOUNT:     $      /  (a     J  QQ 


CONTRACTOR: 
FROM  (town) 
AWARD  DATE: 


/  -  3  Q~  <3  <f- 


DATE  WORK  STARTED: 


3-  2.0-  <s9- 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /  g  0 

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:     </-  zV-.g/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ,ll <<?<?/ /u*_  TELEPHONE:        75  5—  S"  7  '  7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         f?Q.    S*-^  4-oo 


K  -"eft... 


GENERAL: 


/  r?  a. 


J  g  H 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Af/^QC/j^ 

■  \ 

CONSTRUCTION  PROGRESS  REPORT  -  !       ;  j 

FOR  THE  PERIOD  ENDING:        <jp~  2?~&yf 

PROJECT  NO.:         d'/CjO)  ggT  CONTRACT  AMOUNT:     $/  c/'/£jZfi £^ 

PROJ.  NAME:/^/?//^  -  JVg^Vg  CONTRACTOR:  flx/zk   /Z/Za  £%£&^ 

LENGTH :  X  ^.   /frVX^O?   FROM  (town):    //nT&Z-j  MosS/^ 

COUNTY:        J^/V^^/e.S   AWARD  DATE:  ^-  ^/~S3  

CONTRACT  TIME:  y^O         /9.  ^f?  <*g.  DATE  WORK  STARTED:  / 6  ~SS 

ORDER  TO  PROCEED  DATE:  3~3/-  c?3  PROBABLE  COMPLETION  DATE:  V'/^'SY 

%  COMPLETE:  /Qq    %   NO.  DAYS  WORKED  PER  WEEK:  # 

%  TIME  USED:  %   NO.  SHIFTS  PER  DAY:   p 

NO.  MEN  EMPLOYED:   O   NO.  HOURS  PER  SHIFT:   Q 

ACTUAL  COMPLETION  DATE:  <Z>-/Q~G</ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:      <^  -  Z£  '  <3*/ 
EFFECTIVE  OPENING  DATE:  /V//9 

PROJECT  MANAGER:  ^.  P/k<?S?JLu<^  TELEPHONE:        (ggg—  3?87  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Z_  ADDRESS:       £Tg/,  /^jL/L^  

GENERAL :        .r^/.^/  ^Gi/^/t     L<JrtS    S?CCLCS  s^f/ /  S//e£fi>  0*^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /?7 /^5~^Qcs/ /4 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:         38 -/ \C£j£~-  CONTRACT  AMOUNT:    $^3^£  £/Q>  JZM 

PRO  J.  NAME :  gpjC.  rf?jUs  '  *  CONTRACTOR:   -feJ-XfatZ  (^0^77 

LENGTH :  ^ 3  FROM  (town)  :  S&ZJLeY^ ^  tdtfS //. 

COUNTY:       /^/. /9  7^/^/9  Z?   AWARD  DATE:         9~  30  '  (93  

CONTRACT  TIME:      /j£Q  £>.  DATE  WORK  STARTED:      JZ- /- 

ORDER  TO  PROCEED  DATE:  /Q  PROBABLE  COMPLETION  DATE:  Jt//L\S  /<?Gi? 

%  COMPLETE:         j^Q   NO.  DAYS  WORKED  PER  WEEK:      3", 5^6, 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:       $  f' /Q 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  ^  rZ/Sr&sp/u TELEPHONE:     8?Z~  3967 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /£       ADDRESS:    C?aJL .  s^St/jCs 


GENERAL :  tgsj&ZJZtotZZz  ^/Ss£    4tjg£    £Z&Z7&&  /*jC,<?CJa/£, 

^ygp^y   <S7fr.  3&pt:  rt>             3.3/  ^  ✓^>7C//vk  /*/ 

SZSL  tfrfc/c  7t>  J26/£  j&T 

^    ^7&.  3/0Q? .  C&gg-jg&c&^&z-ZS 

r^in/z.A://S^    j^-so  //sz  <S/6s?/s  sS'^o/z/Z  /k/zi^n^u  c/^/tsVtsX? 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Missoula 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  26,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


BRS  548-1(3)4 


West  Reserve  Drive 


0.8  Miles 


Flathead 


CONTRACT  TIME: 


150  Work  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   86 

%  TIME  USED: 


8-2-83 


90 


NO.  MEN  EMPLOYED: 


5-22 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,523,163.22 
CONTRACTOR :        Mclntyre  Construction  Co . 

FROM  (town):        Great  Falls  

AWARD  DATE:  July  11,  1983  

DATE  WORK  STARTED:        August  1.  1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  1984 
5 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  _ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    K.  Chrisinger  TELEPHONE:  755-5717 

6  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  400 


Kalispell,  Mt/  59901 


GENERAL:        Prime  Contractor,  Mclntyre  Const.  Co.,  spent  most  of  the  past  month 
forming  and  pouring  the  barrier  rail  transitions  on  both  the  Stillwater  and 
Whitefish  River  Bridges.  Bridge  work  is  957a  complete.  

 Sub  Contractor  Kalispell  Fence  worked  most  of  the  past  reporting 

period  installing  on  both  sections  with  fence  work  about  90%  complete.  

 Pack  &  Co.,  worked  finishing  hauling  4"  Select  Surfacing  and  also 

hauled  some  1"  Crushed  Base.  Surfacing  portion  of  the  project  is  50%  done. 

 Sub  contractors  Lewis  Const.  Co  and  Rich  Marriott  installed  the 

bridge  barrier  rail  and  curb  and  gutter  respectfully.  

 Structural  Systems  is  working  as  required  tieing  steel  for  the 

bridge  items.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     t/t/S/^  Z-Z, 

PROJECT  NO.:     /V   Z£j<j[u±2-2=  DATE  SURVEY  AUTHORIZED:  ~s  g 

PROJ.  NAME:    £wA*«/*r**   Jcr  £**r    DATE  WORK  STARTED: 

LENGTH:  /Z-  s<l/±#<.   ESTIMATED  COMPLETION  DATE:     //~3<?  ^ 

DATE  SUBMITTED  TO  DISTRICT:  ^/yj- 

PROJECT  MANAGER:  jj AScrt  /C.  TELEPHONE:  6y  Z.  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:  0Q  %  


/&>     VVOAA.    &  -V   7S//3    p/iet/.  7~/yss 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Btttte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <£>/z&/3^ 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 
USED 
THIS 
REPORT 

T517I>  T/"\r\ 

rtKlOD 

% 
COMP 

EST 

COMP 

DATE 

SJ7|»1  (1_)li3  

Jackson  No. 

FIB  Overlay  & 
Widening 

P  /  AJ 

r/n 

ILO23200  

Anaconda  Streets 

Ojwriay,^rading_&  _ 
Drainage 

D  /  u 
r/n 

Gallatin  Canyon  Rd. 

FMS  Overlay  & 
Digouts 

ft  ft 

F_29-J_(10JU3  

Twin  Bridges  No. 

FIB  Overlay  Jt          _  _ 

Widening 

r  l  n 

CJ 

S>  7 

Fj^7-1(1lfl 

Anaconda  -  Warm  Springs 

FBS  Qxerlay_          _  _ 

p/ti 

6C 

rJS-±(2)Q  

Jack  Rabbit  Lane 

|MS  Overlay  ^Grading  &_ 
Widening 

+3 

?3 

7v  ^  v  hj?  /  s2y  _   _   _  _ 
Cardwell  -  Bast 

Levelling 

O 

BO 

%■> 

IR_90^(U|)3O7  

Bozenan  No.  Side  &  S. 

HB  Overlay  Je 
Guardrail 

D  ;   i  J 

ri  H 

a  ex 

"Si 

*    OP"  I  \  D  1  J                _      _ 

Bridger  Canyon  Rd. 

o-Lxtie  uorrection  _ 
&  Reconstruction 

P 

sc 

Lesion  At.  -  Whitehall 

Drjrina.ge_  _  

Surfaoingj  Drains 

1  III 

(J 

CJ 

Mont,  -Av.  ■  Helenr 
W.  Yellowstone  -~~W". 

i  Widening 

FM3  Ojcsi  lay               _  _ 

FIB  Overlay  _      _ 

Grayling  Cru  No.' 

(U2Q                 _  _ 

HP  Qaerlay  _  _ 

"r'ilmri  f!"T  ffi  flufl*  

RS  SljO  1^)0 
last  Hw  Road 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


1/ 


DISTRICT:  Batte 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6l?3l3<l 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

L*gl4ffilast 

PH5  Overlay 

FB_8-_k(9l29  

Three  Forks  No. 

PMS  Overlay  _4  Widen_  _ 

PlH 

TJ  9-1  (2)10 
Boulder  -  Whitehall 

PUS  Overlay  jfc  Widen_  _ 

PlH 



RS_23J_-1i1)3_  _  _  _  _ 
Green  Meadow  Sr.  -  Helena 

Grading,  Gravel  Surf., 
PMS  Overlay  &  Structures 

Pi  H 

RS_2Ql-1(l)0_  _  _  _  _ 
•Harrison  *  Pony 

fgp  Ojerlaj  _  _  _  _ 

 1 — 

Holnes  Av.*>Rove  Rd»  —  Butte 

Grading,  Oravel_Surf. 
PMS  Overlay 

PiH 



M_l8lij(1  U 

Elisabeth-Warren  -  Butte 

Grading,  JJravelJSurJT. 
PMS  Over lav 

PlH 

 , 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


CMS-14 


DISTRICT:  "Bui-re 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3ur1E.  25V|TcV^ 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


$   ^  Ufc.OO 


CONTRACT  TIME:  l&Wm  "DaV^ 

ORDER  TO  PROCEED  DATE:  4-\c-&^ 

%  COMPLETE:   \  

%  TIME  USED:  

NO.  MEN  EMPLOYED:  |  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:    TW^^Kis-re^oM  On 
FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     fcVlKl  C^ROgLL,  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  — 


ADDRESS:  ■pQR,1,30^ft 


Sams,  M-r  5T7Q2L 


GENERAL:   CqnTK^-TQ-R    IS  ^AlTIMG   D1LL|U£K.\/    OF    M /VHSTq 

"THAT  AT^E-    OKI  Q-R-OEt-R  .  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE 
3255-2914  2  % 


CMS- 14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-27-84 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  8-4(10)  88 


Toston-South 


10.5  Miles 


Broadwater 


CONTRACT  TIME:     70  Working  Days 


ORDER  TO  PROCEED  DATE:  4-16-84 

%  COMPLETE:   89 

%  TIME  USED:  63 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,10Q805  

CONTRACTOR:       American  Asphalt,  Inc. 

FROM  (town) :     Missoula,  Mt.  

AWARD  DATE:  2-29-84 


DATE  WORK  STARTED: 


3-27-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


7-16-84 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     A.  G.  Reather    TELEPHONE:   

9        ADDRESS : 


444  6326 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2701  Prospect 


Helena,  Mt. 


GENERAL :   Progress  has  been  good.  The  contractor  is  in  the  process  of 

cleanup  on  the  roadway  and  restoration  in  the  pit  area.    The    job  is  completed 

except  for  chip  and  seal  and  striping.  Chip  and  seal  will  take  place  after  the 
Fourth  of  July. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     Bu  7T2= 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  £-Z&-&4- 

PROJECT  NO.:    f      %o  /  88  CONTRACT  AMOUNT:     $    9^  ^4,S~a 

PROJ.  NAME:      <2#,  f>   S&Acs   CONTRACTOR:    Gle««  £*ML<z/„  Ex£    JT^ , 

LENGTH :  ?3     ryn.    FROM  (town):    2.,n^  5T<TQs# 

COUNTY:  fov*dl    &~<zr  LvJsc  AWARD  DATE:   4-3o~S4-  

CONTRACT  TIME:  4    Orm^* £g i^A-  DATE  WORK  STARTED :  S--JL-k4- 

ORDER  TO  PROCEED  DATE:        4-3Q-S4-  PROBABLE  COMPLETION  DATE:  9-/-J4- 

%  COMPLETE:  ZS   NO.  DAYS  WORKED  PER  WEEK:  _7  

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  /   

NO.  MEN  EMPLOYED:  ZZ   NO.  HOURS  PER  SHIFT:  A?  -/Z.  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Cj^  S/  7TO\j  TELEPHONE:  &  -  <?j5~4  z_  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  f*  o .  Bo*    / //o  

 7*  

GENERAL:      ^r,>4-g^V^—    SfC  J~<-J  cJi.  'f)  Smm^/'n^     On     RTf=  gC-z(i)i3 1 

Soui'H  .      UJf  /J  A?    c/o^s     £'^.<9-X4-  Sdata*.  ^ 

o  rJ      -7 -9- £4-  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  '8u1~t'€^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:  $ 3j  *-i 7£}  3  V-fT  47 
CONTRACTOR:      37/yt  jf^r  , 

FROM  (town):  //^  

AWARD  DATE:       II J<?3 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  (f(  V 

%  COMPLETE:  Z.Z. 
%  TIME  USED: 


ML 


NO.  MEN  EMPLOYED: 


3^ 


DATE  WORK  STARTED: 

PROBABLE  COMPLETION  DATE:  V/z/pi^ 
NO.  DAYS  WORKED  PER  WEEK:  S~ 
NO.  SHIFTS  PER  DAY:  Z. 
NO.  HOURS  PER  SHIFT: 


2L. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

<i*vL  e C  TELEPHONE:  -^^o4 

I       ADDRESS:  As/V, 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       29  Jun  84  

1-15-1 ( 27 )58U-2 

PROJECT  NO.:  F  89-1(4)0   CONTRACT  AMOUNT:     $  7,977,640.10 

PROJ.  NAME:    Dillon  South  (MS)  CONTRACTOR:  Beyer's  General  Constructors  Inc 


LENGTH:     3.6  Miles 

FROM  (town):     Butte,  KT 

59701 

COUNTY:  Beaverhead 

AWARD  DATE:  3-5-82 

CONTRACT  TIME:  250 

WD 

DATE  WORK  STARTED:  4- 

-19-82 

ORDER  TO  PROCEED  DATE: 

4-19-84 

PROBABLE  COMPLETION  DATE: 

Jul  84 

%  COMPLETE:  99 

NO.  DAYS  WORKED  PER  WEEK: 

a5 

%  TIME  USED:  95 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED: 

1C 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  4-24-84 

PROJECT  MANAGER:     Caprara   TELEPHONE:  683-6290  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _7_       ADDRESS:         PC  Box  1342  

Dillon,  m  59725  

GENERAL :     C-ilman  Excavating  has  completed  Placing  Open  Graded  Fricticn  Course 

on  June  26,  1984 «  Western  Si^n  will  be  in  to  complete  the  stripping  on  the  Project 

an  general  clean  up  on  project  an  it  will  he  100  %  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  2130  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    115-3(42)150  Ul 
PRO J.  NAME:       Bernice  -  Basin 

LENGTH:  9. 07  ■ilea  

COUNTY:  Jefferson 


CONTRACT  TIME:    120  working  days 


 J  we  at,  1984  

CONTRACT  AMOUNT:  $917,815*90  

CONTRACTOR:  Mclntyre  Construction  Co. 
FROM  (town):      Great  Falls,  Montana 

AWARD  DATE:         3cpt.  20,  19*3  

DATE  WORK  STARTED:      Oct.  20,  1983 


ORDER  TO  PROCEED  DATE:  Oct.  30,  1983 

%  COMPLETE:  91  

%  TIME  USED:  46 


NO.  MEN  EMPLOYED: 


JUL 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  31,  1984 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Robert  Oilman  TELEPHONE: 

3         ADDRESS : 


225  3788 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.O.  Box  118 


Basin,  Mt. 


GENERAL :    Progress  during  the  Month  has  been  very  food.  All  pre stressed  beams 
are  in  place  and  welded  down.  Deck  slab  concrete  has  been  placed  at  stations 
166Q  +  63,  1083  +  54  and  1092  +  75  (mainline  structures).  All  three  access 
road  T-Bulb  structures  are  in  place.  Percentages  complete  are  as  follows: 
traffic  control-devices  100$;  traffic  control-flagging  100$;  mobilization  100$ 

contract  and  bond  100$;  remove  misc.  items  100$;  temp,  erosion  control  100$; 
unclassified  exczvation  100$;  random  riprap  100$;  guard  rail  100$;  channel 

change  items  100$;  construction  fabric  100$;  AD  concrete  88$;  BP  contrete 
90$;  prestressed  beams  100$;  structural  steel  87$;  piling  100$;  reinforcing 

steel  90$;  work  bridges  59$;  bridge  survey  controls  100$ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     21 3Q-£utte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-29-31 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


115-3(12)150  U-2 
Bernice  -  Basin 
Oo05  miles  


Jefferson 


CONTRACT  TIME:     120  working  davs 


ORDER  TO  PROCEED  DATE:  5-29-81 

%  COMPLETE:   8 

%  TIME  USED:   18 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  665,OftU,ft 
CONTRACTOR:       Cop  Construction  P.n. 
FROM  (town):     Billings,  Montana  591  OZ, 
AWARD  DATE:      April  30,  1  9&  


DATE  WORK  STARTED:      June  "/^98L 
PROBABLE  COMPLETION  DATE:     Oct.  Lfi& 
NO.  DAYS  WORKED  PER  WEEK:  «; 

NO.  SHIFTS  PER  DAY:   '  1 

NO.  HOURS  PER  SHIFT: 


1 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Harold  A.  k'.iph*  TELEPHONE: 

ADDRESS: 


Harold  A.  '■iebe 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  6 


225-3962 


P.O.  Box  118 


Basin,  Montana  59631 


GENERAL:      Eual  Structure  at  Sta.  93/i.-KX).00:  Structure  Excavation  Type  I  for 
Bents  1   thru  lf  North  and  Snuthhounri  Roadways,  Kormpd,  planing  anr?  tyinj;  rpin- 
forcing  Rtf.pl  and  placed  concrete  for  Bents  1  thru  l{   footings  Worth  and  South- 
bound Roadways  also?  formed,  placed  and  tying  reinforcing  steel  for  Bents  1 
thru  3  columns  Nnrth  and  0,odthhounri  Roadways,  Thial  Strnr.tnrp  a+.  St.a,  1  ?Oft+ 00 . DTI 

Initial  bridge  layout  for  both  the  North  and  Southbound  Structures ,  

Percent  complete  for  items  are  as  follows:  Structure  Excavation  Tyote  I  LCit; 
Reinforcing  Steel  U$j  Concrete  Class  AL  25%,;  Bridge  Surwy  Control  a 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  2130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      jini»  3nt  1Qft4 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


1-15-3  (42)  150  U-  a 

Bernicft-  Basin  

6.9  Miles 


Jeffcrsaa 


CONTRACT  TIME:    2flO  WXkiMg  days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


5-26-84 


NO.  MEN  EMPLOYED: 


-35- 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1 3  569, 729. 92 

CONTRACTOR:  SUttei  Ceast.  Ca. 
FROM  (town):    Great  Falls,  Meatt. 

AWARD  DATE:  4-.3Q-a4  


DATE  WORK  STARTED: 


5-29-84 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


11-1-85 


4- 


8  £  10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      uk  1 1  j       r    n»i/  TELEPHONE : 

ADDRESS: 


William  G.  Berk 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  8 


225-3962 


Basin.  Ment.  j£g&J  j 
P.  0.  Bex  118  


GENERAL: 


Blattner  canst,  ca.  is  maving  dirt  &  rack  in  several  different  

areas. — Swan  &  Sans  Canst.  Ca.  has  b»«»n  clearing  and  burning  in  spvpral 
different  areas  alse  warking  an  city  water  line  in  Basin. 
 XXMIH  —  

 Ahr.an  Tnn,   has  b—JI  drilling      hi  a  sting  in  govoral  different  arxas. 

 Rainbaw  Canst. Ca.  has  been  handling  the  signing  and  flagging  

thruaut  the  pre.ject.  

 O'frft  Ml  Canst. .  Ca,    is  prf  pari  ng  ta  start,  tn  niltiplat*  at  staT  

998  +  15 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     2130  -  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   n-pQ-rt/, 


PROJECT  NO. 
PROJ.  NAME: 

LENGTH:   

COUNTY: 


11  5-3 (l?.))  so  ifaa 
Berrice  -  Basin 
fl„33  mil ps  


Jefferson 


CONTRACT  TIME:    250  working  days 
ORDER  TO  PROCEED  DATE:    May  29.  1982. 

%  COMPLETE:  _J  

%  TIME  USED:  7 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:    $  2f7ooTmn.m  (Structure) 

CONTRACTOR:     Sletten  Oonstmrti  nn  Ho  , 
FROM  (town):     Great  Falls,  Montana 

AWARD  DATE:      April  30 ,  1 981  

DATE  WORK  STARTED:      May  23.  1  982, 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


November  1  985 

 .  5 

1 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Harold  A.  Ki»fe*.  TELEPHONE: 

ADDRESS:      P.O.  Box  1 1  8 


Harold  A.  V»iebe 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _6_ 


225-3962 


Basin,  Montana  59631 


GENERAL:      Structure  near  Sta.  944+80 . 00 :  No  work.  Dual  Structure  at  Sta. 
944+80.0C:  Set  "ork  Bridge.  Structure  at  Sta.  1083+54.0:  No  work.  Structure 
St  Sta.  1092+75.0;   Mo  work.  Dual   Structure  nt.  Sta.  IIIO+PS.SO:   Mo  work,  f.nal 
Structure  at  Sta.  1135+70.00:  No  work.  Dual  Structure  at  Sta.  1159+50.00:  Set 
Work  Bridge.  Completed  orivinji  12+  x  73  Steel  "h"  Bearing  Pile  for  bents  no.  1 
and  2  north  and  southbound.  Also,  formed,  tied  and  placed  Reinf orcin :  Steel 
and  Class  AD  Concrete  for  bents  no.  1  and  2  north  and  southbound  crossbeams. 
Structure  at  Sta.  59+41.50:  Completed  driving  14  x  73  Steel  Bearing  gile  for 
bents  no.  1  and  2.  Dual  Structure  at  Sta.  1173+96.78:  Set  V.ork  Bridge  and  re- 
moved Abutments-  Structure  at  Sta.  75+20. 0:Formed  tied  and  placed  Reinforcing 
Steel  and  Class  AD  Concrete  for  bent  r.o.  1  footing  and  wall  and  bent  no.  2 
crossbeam.  

Percent  complete  for  items  are  as  follows:  Structure  Excavation  Type  I  22%; 
Pile  Furnish  (14  x73  Steel  Bearing  Pile)  25%  ;  Pile  Drive  (14  x  73  Steel  Bearing 
Pile)  26%;  Reinforcing  Steel  3%;  Concrete  Class  AD  U%>  Bridge  Survey  Controls 
8£;  Work  Bridge  U5%;  Abutment  Removal  66#. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 


YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22  IF 


3/ 


CMS-14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
THE  PERIOD  ENDING:  ^ 


PROJECT  NO.:     &  B-^nS 

PRO  J.  NAME:    JgjpyieRSo^  CvtvJ  K\*S 

LENGTH :        \4>.^  Mn-feg,  

COUNTY:  Jct^rsokA  

CONTRACT  TIME:  10 0  Work>^"DkMS 
ORDER  TO  PROCEED  DATE:  "VMl-fl4* 

%  COMPLETE:  3  

%  TIME  USED:  ft  

NO.  MEN  EMPLOYED:  2Z3  


CONTRACT  AMOUNT:  $ 

CONTRACTOR:     A MUK icaw\  A.wtAiT  Inc. 

FROM  (town):     Missou-w*  M-r,  

AWARD  DATE:         2-2.°!  -  S"V  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _  \ 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _Q, 


2,1 0\  -Fm^-pect  A^ig. 


GENERAL: 


*Pv£6Ak1    C-K^s^\K\&r  Amp  Stock -piliMfi-  A^kT^Lf-rK-TEL  pok  Gg&Apg.  "e>"  "Ha^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-27-84 


IR  15-4(55)200  & 

PROJECT  NO.:     IR  15-4(59)217   CONTRACT  AMOUNT:  $  $3,988,151  

PROJ.  NAME:Helena-North,  Wolf  Crk  Canyon  CONTRACTOR:  Hilde  Const.  Co,,  Inc. 

LENGTH:        28.7  Miles   FROM  (town):  Great  Falls,  Mt. 

COUNTY:        Lewis  and  Clark  AWARD  DATE:  5-31-83 


CONTRACT  TIME:      124  Working  Days  DATE  WORK  STARTED:  8-3-83 


ORDER  TO  PROCEED  DATE:      6-23-83  PROBABLE  COMPLETION  DATE:  7-31-84 


%  COMPLETE:   70   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  92  NO.  SHIFTS  PER  DAY:  1 


NO.  MEN  EMPLOYED:  35   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


-11. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      A.  G.  Reather  TELEPHONE:  444  6326 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _9_       ADDRESS:   2701  Prospect 

 Helena,  Mt. 


GENERAL :         Progress  has  been  good.    The  contractor  is  99%  with  his  Type  B 
plant  mix  and  beganhis  Open  Graded  Friction  Cource  on  6-23-84  on  the  Helena- 
North  portion  of  the  project.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:  "&>u-rTg_ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     IXuk^  2^  \tWV 


PROJECT  NO.:      IK                     1^0              CONTRACT  AMOUNT:     $  2^  G°\  1  ^  I O"^  AO 
PROJ.  NAME:    Jg.ffgKSftrt  Co.  LiMTL  Vjr,.      CONTRACTOR:    EjaEffi^  Smip     Gr^L^Co.  ,  I  Mc. 
10-4  MlLgC   FROM  (town):  ^^u^C^)  


LENGTH: 


COUNTY :       1Eui,^Cl^K   AWARD  DATE:       >  - 


CONTRACT  TIME:     ftp  WoHY<|>A(r  T>>^  DATE  WORK  STARTED:  3-^-84  

ORDER  TO  PROCEED  DATE:     ^-lCa-ft4  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   j  


NO.  MEN  EMPLOYED:      g>  Q   NO.  HOURS  PER  SHIFT:       |Q  \  9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     J,  yJ.  "ficTTUg.  TELEPHONE:  A^c^  G3^P.  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JJ_       ADDRESS:  \  "-p^o^-PHOT 

GENERAL:      do NtTKfsCT o  Tk     CX>MTL^O    -pA-Jlt^ €r  ^fvogL  NV~g>''  ^PlAkit  M  l  V 
^  ??L,\"P  TQRIA  UNDg.-R    Cli^6^  Qkd^r  1  Co-Stk-g^. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        29  Jun  84  

PROJECT  NO.:      F  49-1(2)9   CONTRACT  AMOUNT:     $  897,903.15 

PROJ.  NAME:  Dillon-Twin  Bridges  CONTRACTOR :Baltrusch  Construction  Co,,  Inc 
LENGTH:      7.3  Miles   FROM  (town):    Harve,  MT  59501  


COUNTY:  Beaverhead  &  Madison   AWARD  DATE:  4-30-64 


CONTRACT  TIME:        70  WD 

DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE: 

4-30-84             PROBABLE  COMPLETION 

DATE: 

Sept  84 

%  COMPLETE:  25 

NO.  DAYS  WORKED  PER 

WEEK: 

5 

%  TIME  USED:  5 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED: 

10                         NO.  HOURS  PER  SHIFT 

10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Caprara   TELEPHONE:  683-6290 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _7_       ADDRESS:       PO  Box  1342 

Dillon,  I- IT  59725 


GENERAL :     The  Contractor  is  placing  fill  throughout  Pro.ject,  on  brieves  ends 
also  turn  arouna.  Also  he  is  crushing  Top  Surface  material  for  roadway.  Excavat ing 
cut  area  an  backfilling.  The  overall  Project  is  running  very  smooth.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  8^//7~^r 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       &  -  Z.g-£4- 

PROJECTNO.:     ht£~S  So-zQ^)  8  7 
PRO  J.  NAME:   W  g^g  of  £0-2^,3*. 

LENGTH:  O,  Q   

COUNTY:  <£>*f-L.c.A-r>   

CONTRACT  TIME:        4-S~  tv  Payj 
ORDER  TO  PROCEED  DATE:  io~Z+-83> 

%  COMPLETE:  4-8  

%  TIME  USED:  II  

NO.  MEN  EMPLOYED:    

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    <£.A.  S,/^^  TELEPHONE:       s~&4,  -  9s~L 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  8oxl  J//t> 

GENERAL :        -S"/"/  L-  <!—     /u  o     /y^rai/a/    o       sAn^n     ~4>rs^d  ti^  s 


CONTRACT  AMOUNT:     $      Z3,  <?±g.C£> 
CONTRACTOR:     nJJn^J  g7^/^  . 
FROM  (town):       Bjl.^r    /rff  ^/Q^ 
AWARD  DATE:   9-3Q  -<f  3  


DATE  WORK  STARTED:  IJ-8-2Z 


PROBABLE  COMPLETION 

DATE: 

B-J-B4- 

NO.  DAYS  WORKED  PER 

WEEK: 

NO.  SHIFTS  PER  DAY: 

NO.  HOURS  PER  SHIFT 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  T^uttp 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     JuKig,  23L  V^ft^ 


PROJECT  NO.:    V  ^K^r  &$zUj£X3 
PROJ.  NAME:     CLYPfeTkn k -  fSn,i-rH 

LENGTH :       ^  Mil^c,  

COUNTY :   

CONTRACT  TIME:  \CQ  WsajOtLfeX^S 
ORDER  TO  PROCEED  DATE:  fj-^-R^ 

%  COMPLETE:  

%  TIME  USED:  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  *3  q^Vl^SCo.-^ 

CONTRACTOR :  Qj\vj\*M  TLttCANittTiMfr  Kif. . 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


ft- 15 -.S3, 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    1W-»«C~fev^«=,?>OAA  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:    TQ.^o*  °[ 


GENERAL:      Thg-  CX> MT^KCTP-p..    \fb  coki yTRvie;-riK\G-  yg.MCg  Atjr> 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 

17 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^^^T  2"?  / 9d? <y 


PROJECT  NO. 
PRO  J.  NAME:  y£U>s?*t 

LENGTH:   

COUNTY:  yZ^-fstr 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  dg-fjgg£ 

%  COMPLETE:  #5^9<»  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:  $  9S~ 
CONTRACTOR:     ✓^g^Vg^  ^SW,  ^g. 

FROM  (town):  t&£*£j***^  

AWARD  DATE:      <c/^S  //,  /9<?f 
DATE  WORK  STARTED:  JV,  /9<#S 

PROBABLE  COMPLETION  DATE:  tA/^y  /9tf? 
NO.  DAYS  WORKED  PER  WEEK:  jT" 

 1  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  ^ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  4/&0*/>e.  y&esPj'c"?  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J?  ADDRESS: 


y?sx   


GENERAL :      ^^>?S^/?^-SS  ^jyyPs^/S    y^Ss?    y*Z&f>SJ4?  yy>?-f  ^s^^r-V 

d^y^yp,      yyss?se   ^/iy/^;?  ^py~  ^s&Ss?^/^^  ^yypss  s3y?  y?s& 
^^yy^try^  y*&?  y/yy*  ^&<&f/?  SSsp^?       ^yy  ^^z^e-^yvg  y5y?/y>S/? 


 7*  —  

/^•^  y^^yy^y^  ys  99  gf*  y^  yy>^yyyr .  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 

3<r 


DISTRICT:  3c/77-£=~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  gf. 


PROJECTNO.:  fe^/CO/ 
PRO  J.  NAME:   &rjy^  d<5,. 


LENGTH: 
COUNTY: 


O.  4 


CONTRACT  TIME : 


//o    m/.  Day  J 


ORDER  TO  PROCEED  DATE:  <9-M-g3 

%  COMPLETE:  

%  TIME  USED:  S& 


NO.  MEN  EMPLOYED: 


JO 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  SCg.  £ 3 
CONTRACTOR:       Lo«^     <2#r,  shu  <»^*,  o^n 
FROM  (town):     Boie^&n    AO  9~  1*33yS* 
AWARD  DATE:  8-ZL- %  3  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:  6- 1 $--34- 
NO.  DAYS  WORKED  PER  WEEK:  jT 

NO.  SHIFTS  PER  DAY:   /_  

NO.  HOURS  PER  SHIFT:  /o- 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      G.A  Si  TToU    TELEPHONE: 

4"  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


P.O.  /3qxl  ilia 


Bo 


/S&gjLOf  ^  ^r^^pj^  /c — ^>2_ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^^^^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /9<?y 

PROJECT  NO.  : yS^y^/^yT f  d?6-/  fr)  S         CONTRACT  AMOUNT:     $  /^/^  /?6S~.64  $f**r* 
PRO  J.  NAME :  ^gW**  ^^//^^     CONTRACTOR:   /^/yV  ^S^-ty-  ^» 
LENGTH:    FROM  (town):  y&fS^SJ 


COUNTY:      <£y?Syyyy-/ AWARD  DATE:  S9<?3' 


CONTRACT  TIME:  y&  ■   DATE  WORK  STARTED:     JVOVT  <?>S  S0^S 

ORDER  TO  PROCEED  DATE:     $y>6<fS  PROBABLE  COMPLETION  DATE:     A^S^yf  s&ff 

%  COMPLETE:  £^  sx*****^  jjO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  J5~<£  *y*  NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:     >^»r    "$/  NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   //^yP^/ y?.  &&P-**S'*f  TELEPHONE:    ^S'-^S-  <?_T^-Z 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:    S__       ADDRESS:       ^&'X  ///j  


GENERAL:      ^^f^^y^TS  y04*Cs+'£  yCSy*"  ^>y^4»y^^>  yttOs  ^g^»^ 

j^[gggg£g£               P^SSs?    ^"/T  ^y?yt>*>s*sc    ^7>P^er^>^^  y^jo^^? 
yV-Vy?  yHjyr^yrJy^eyysyjy  yCyzysl      s&eps+sry^  £  Sy^s?  yS'yr^y^yP^?  y: 
^/g^V^^   yZ?y?yy?Sssr  yfyy^y?  s4U?S7-  ygyp^yyOy-y^S  S&*&&<*  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT 


Butt.fi 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  28.  1984 


PROJECT  NO.:     JR  90-4(37)230   CONTRACT  AMOUNT:     $   3. 591r 397.20 

PRO  J.  NAME:     Homestake  Pass  East  &  West  CONTRACTOR:       .Tim  Oilman  j™. 


LENGTH: 


SU2  jaiea 


COUNTY:  Jefferson  &  Silver  Bow 


FROM  (town):  Butte.  Montana 
AWARD  DATE:       Jan.  30,  1981 


CONTRACT  TIME:  90  days  +  3  0.0. 
ORDER  TO  PROCEED  DATE:  4/16/84 

%  COMPLETE:  26%  

%  TIME  USED:  25%  

NO.  MEN  EMPLOYED: 


_24_ 


DATE  WORK  STARTED:  March  21,  IQft/, 
PROBABLE  COMPLETION  DATE:  1n/tt/| 

NO.  DAYS  WORKED  PER  WEEK:  _£  

NO.  SHIFTS  PER  DAY:   i 

NO.  HOURS  PER  SHIFT:  o 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE:  OPENING  DATE:   

PROJECT  MANAGER:  R.T.  Wilson 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


TELEPHONE: 
ADDRESS: 


494-3224 


Box  3068 


Butte,  Montana 


LNERAL :      Jim  Gilman  Excavating  completed  crushing  opergfe&aai  6/19/84. 
Contractor  is  now  working  on  the  underdrains  in  both  eaatbamri 
westbound  lanes.  Crack  sealing  is  being  dnnp  hy  Miaaaula  Vmistvuekim 
Supply  and  Service.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  JSS&O 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /?3^ 

PROJECT  NO.  :  ~<5(4&)j&50 
PRO  J.  NAME :  — £ate*0t&£- 

LENGTH:         <f.^  sQ&trj?  

COUNTY:  C^v^es^fJ  

CONTRACT  TIME:   

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   0_  

%  TIME  USED:   ^  

NO.  MEN  EMPLOYED:  &  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  &&z^t  ^SZatsv/J      TELEPHONE:  j7&^-/yr?/r 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j£_       ADDRESS:      ^^yygf  ✓^^r 


CONTRACT  AMOUNT:     $  4*- £/ 7 
CONTRACTOR:  . 
FROM  (town):  ^yr/^ 
AWARD  DATE:  G^xAf 

DATE  WORK  STARTED:  ; —  

PROBABLE  COMPLETION  DATE:  &6zy/£;/S&S 
NO.  DAYS  WORKED  PER  WEEK:  0 

NO.  SHIFTS  PER  DAY:  

NO.  HOURS  PER  SHIFT:  O 


GENERAL:  AS  s*C/r7C**t&&  ^^ger  0^/  ^^^j^-^fj^ir^ 

y!C<S*U6t+s?&«/ jrzt*,  (jz) 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Bc/7T^~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  (o-Z&  -84- 


PROJECTNO.:   X£  <?p-<^4-3)  3/3,  CONTRACT  AMOUNT:     $   y/  8/9,  Q34-.  oS' 

PRO  J.  NAME:     gpc^  dfiuyesu  CONTRACTOR:      M<zln&jr*  Cio^sj.  <lo. 


LENGTH: 
COUNTY: 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


75  U7,  £>/S-H5 


DATE  WORK  STARTED: 


7-18-8$ 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  ^  / 

%  TIME  USED:  64- 


8-3-23 


NO.  MEN  EMPLOYED: 


—  a  — 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  ^//7Z>*J 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


f?Q.  £  OX-  ///O 


So  Z-^so^y  a^  ,  /r77^ 


GENERAL: 


7t> 


d  V  4=  /Z.  l^/^-V 


7^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRI CT :  ^^J^T 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4^*gg"  S9<!?'*' 


PROJECT  NO. :  ^  94-6  C<^V)Sy^ 

PRO  J.  NAME :  s*X*  ^±gg!>gg^fg£ 

LENGTH:  J  

COUNTY:     ggj^gggg*  fL£^?*L 
CONTRACT  TIME:        9d  W. 


ORDER  TO  PROCEED  DATE:  -4/,-S6^4' 
%  COMPLETE:  <0 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


0 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $ 
CONTRACTOR:  S20*JS££  SV-<SS7: 
FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  — 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  / 


GENERAL:      /j/J  ^^^e^^^S?  yO^y^ey^  TVSsS" 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z?, 

PROJECT  NO.:        M  / Z  / Z.   QgQ  CONTRACT  AMOUNT:     $  /  2,<^ 

PRO  J.  NAME:      /f/i^y  "g/yp  CONTRACTOR:  a,//^^  £k<!./*  S+h^ 

LENGTH :         / ,  2_    FROM  (town):   

COUNTY :        QaJIaJiA   AWARD  DATE:      3e^+.    3o,  /<?g*> 

CONTRACT  TIME:      /Q-/-g4   DATE  WORK  STARTED:     /Jg^f.    <?  Z^/-? 

ORDER  TO  PROCEED  DATE:     /Q  - 3      3  PROBABLE  COMPLETION  DATE:     /d~t  ~8<-h 

%  COMPLETE:  c5~^>   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  —   NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:        /£- /¥   NO.  HOURS  PER  SHIFT:  %  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      <QjL£  £>Z±<,«J  TELEPHONE:  -^7^4-  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2_       ADDRESS:      />  &t  7*>er^  ///O  

H-OZ^/T^/t/    frit  &t7/£ 

GENERAL :       £ul££&adgA*     A fec^/^f^Z    ~rf<^  gfoj  Ga+<U_ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

is 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /^r/V^ 


PROJECT  NO .  :  /V/^  ? 
PROJ.  NAME:   /ry?<£y  fs?^^? 
LENGTH: 
COUNTY: 

CONTRACT  TIME:  /j  /9^V 


CONTRACT  AMOUNT:     $  X5g?  6  /  ^'ra^ 

CONTRACTOR:  ^^^STT 
FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED:  /^^V 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  -&£9^ 

%  TIME  USED:   


NO.  MEN  EMPLOYED:  3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


/ ' 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 

NO.  OF  ENG.  PERSONNEL  EMPLOYED 


^/^yey  /?.  /S^^y^r  TELEPHONE: 
S  ADDRESS: 


GENERAL: 


^^Ssfsr^sr  7>Ss*-  ss? 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  ^2??-<$3  CONTRACT  AMOUNT:     $  ^ 

PROJ.  NAME:y^^fc^^/^S««^  CONTRACTOR:  /Zta^/Z .  A/C, 

LENGTH :    FROM  (town):    X^o^  ^£^7 

COUNTY :    ^S^Si^tSS&a^SOdl  AWARD  DATE: 

CONTRACT  TIME:       /J&  <Q<<7t<S  DATE  WORK  STARTED:    y^S.  yj? 

ORDER  TO  PROCEED  DATE:    y&-S?r?3  PROBABLE  COMPLETION  DATE:  e&f*2to./%&? 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  S 

%  TIME  USED:  <Z   NO.  SHIFTS  PER  DAY:    / 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  /p 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  d^^trj^C4=SK>4J  TELEPHONE:  T&Z^/^PZ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^       ADDRESS:      2^772f  S*t£)lv77 


GENERAL:    ^SgjgS^gSg^  gjjS^ag^felg   dfe&flj*  *&^A>s.^JSGo 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


7  7 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     JUvie  Zg 


PROJECT  NO.:    /P^S  -  4/3$  (s*) 
PROJ.  NAME:  £^lt  lt6(jJ   Qy^    X/^g  5 


LENGTH : 
COUNTY: 


CONTRACT  TIME: 


/&£>  £h-ijS 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /QQ 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  J94  76/  40 
CONTRACTOR:  L'veSa^  T^utfc 
FROM  (town):  fct//s  /7?A 

AWARD  DATE:    /J^  &  /fjTS  

DATE  WORK  STARTED:    <^,/   &  /9<&3 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY:  _/ 
NO.  HOURS  PER  SHIFT:  #t 


ACTUAL  COMPLETION  DATE:  JZcvic.7  /*}  84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  C  S^e>^//       TELEPHONE:  7G2~/797 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS:     AO.  &t>x  306>8 


GENERAL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Butte 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         June  28r  1984 

PROJECT  NO.:       BR  9017(11)   DATE  SURVEY  AUTHORIZED:  12/28/63 

PROJ.  NAME:    Bridge  over  Silver  Bow  Cr.   DATE  WORK  STARTED:  1/4/84  

LENGTH:  1  Mile  ESTIMATED  COMPLETION  DATE:  10/31/84 

DATE  SUBMITTED  TO  DISTRICT:  6/12/84 

PROJECT  MANAGER:       R.T.  Wilson  TELEPHONE:  494-3224  

NO.  PERSONNEL  ASSIGNED:  6  %  COMPLETE:  tf%  • 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Butte 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  28,  1984 

PROJECT  NO.:    BR  9039(8)   DATE  SURVEY  AUTHORIZED:  11/17/83 

PROJ.  NAME:    Bridge  over  Clark  Fork  RiveBATE  WORK  STARTED:  11/17/83  

1  Mile  ESTIMATED  COMPLETION  DATE:  6/29/84 

DATE  SUBMITTED  TO  DISTRICT:  6/12/84 

PROJECT  MANAGER:      R.T.  Wilson  TELEPHONE:  494-32?4  

NO.  PERSONNEL  ASSIGNED:      _6   %  COMPLETE:  lnr* 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  TWrTT^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       >C]~uME.     ^3-  lijB^ 

PROJECT  NO.:     M,  C.Q   DATE  SURVEY  AUTHORIZED:  ^.^-pH- 

PRO  J.  NAME:  l|a,  11  twSt.  to  Oak  St.  DATE  WORK  STARTED:  4-22-f4 

LENGTH:   | ,  t>  ^c,   ESTIMATED  COMPLETION  DATE:       -J-Q, -SA 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  ^  o  a  &rtfcicr>/  TELEPHONE:  32^k± 
NO.  PERSONNEL  ASSIGNED:       3-^  %  COMPLETE:  ,  S  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  BC/'77&~ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        £>'  -Z<g  ~£4- 

PROJECTNO.:     £5  O  DATE  SURVEY  AUTHORIZED:      g-  >7-?3 

PRO  J.  NAME:     3pr.*ijVJ/  £o*d  DATE  WORK  STARTED:  12.-  7-23 

LENGTH:  L, .  4-  sry'>Je:s   ESTIMATED  COMPLETION  DATE:  ~7-z.o-24- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     <S>,  4-  Si  Tfy/U  TELEPHONE:       S~g  fa  - <1S~L  Z_  

NO.  PERSONNEL  ASSIGNED:        _?   %  COMPLETE:  74  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  "ft,^. 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     CHxvi^  £gL  l°>ft^ 

PROJECT  NO.:     X  ^Q-~/ C  2.h  DATE  SURVEY  AUTHORIZED:  C»  -  H-  8r^ 

PRO  J.  NAME:    gzEEJJaM^^^E^kffcSr       DATE  WORK  STARTED:  r„  -  l^-S^ 

LENGTH :  <Y  \      Mu^   ESTIMATED  COMPLETION  DATE:  ~1-G~8^T 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    ^fl&T,fi   ^l^csoM     TELEPHONE:         G>8k    ^VC  I Q  

NO.  PERSONNEL  ASSIGNED:      ^-A^  %  COMPLETE:  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ~EWT^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       3~u,Mg  2ff 

PROJECT  NO.  :      ^  B-(Hf)3yfr  DATE  SURVEY  AUTHORIZED:  _L2^£r£3 

PROJ.  NAME:      Auoki        uAdSgjgfj  DATE  WORK  STARTED:  ^-^-ft^ 

LENGTH:  AAtl_€L5=>   ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      |-rvmm  ~g>KotLt-L^      TELEPHONE:        1  g>^    t-j  ^  y  

NO.  PERSONNEL  ASSIGNED:  G  %  COMPLETE:   "  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  Burz£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  6^2.9/24  

•    .   ■  >    :  M'  ;' 

PROJECT  NO.:     Frt-/f/o)'j~  DATE  SURVEY  AUTHORIZED:  /OJ /SygJ 

PROJ.  NAME:  £<*.<r  DATE  WORK  STARTED :  As**«&i 

LENGTH:  "* —  ESTIMATED  COMPLETION  DATK 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


1  ' 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/ KHB/kw/22 IE 


DISTRICT:  B^r^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  <^/> 

PROJEC1  NO.:     f/t  P-<f{$)>tf   DATE'  SURVEY  AUTHOR  I  'tX.W •  ^/ZO/P^ 

PRO  I.  NAME :   7%&g£  A/o . .  ....        DATE  WORK  STARTED:  j^/0  C*6*  AsS/</V£<3 

LENGTH:     —      ESTIMATED  COMPLETION  DATE :  /yfl 

DATE  SUBM  ITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
No.  PERSONNEL  ASSIGNED:  \  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/ RHB/sw/ 22 1 E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  jZ.lA/f/JJ    DATE  SURVEY  AUTHOR  1  ZED:  j^//^/^ 

PROJ.  NAME:  M£/WO^D^^       DATE  WORK  STARTED:  AsS**SQ 

LENGTH:      ~  ESTIMATED  COMPLETION  DATE: 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  tl  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   

i  • 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BIIB/sw/22  IE 


DISTRICT:  gorr£ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  6/^f/P<f  

PROJECT  NO.  :  -/£3)-25 .<//       DATE' SURVEY  AUTHORIZED:  S^/j/fa 

PRO  I.  NAME:   EASr£»M&  -  &*    ~   MTE  ***  STARTED:  M  Ot£^ /!&/6a/£& 

LENGTH :      ESTIMATED  COMPLETION  DATE:  A//4 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
Nil.  PERSONNEL  ASSIGNED:  %  COMPLETE:   


DISTRIBUTION :     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/22 IE 

91 


DISTRICT: 


PROJECT  NO. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  END  IMG:  »  4/2.f/P4  

£UZ/JL£22   DATE  SURVEY  AUTHORIZED:  ^//c/fZ, 

PROJ.  NAME:     ^y^iMft/to,    DATE  WORK  STARTED:    ^  CaZvlAsv*"** 

LENGTH  ;    ESTIMATED  COMPLETION  DA  I  K  Aj/A 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER :    TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/HHB/kw/22 IE 


DISTRICT:  3cr7£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING.:     X/g,  ? /&f 


PROJECT  NO.:  9&34(/)   DATE' SURVEY  AUTHOR  I /Jill:  yQ/zo/ZH 

PRO  I     NAME:  ggM><i£  )/^cu^^S«/^e,^'  WRK  STARTED:  ^  CfA£^  Ass/«a,£0 

LENGTH:  — ^     ESTIMATED  COMPLETION  DATE:  /^//f. 

DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:  TELEPHONE: 
No.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTKIIUITION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/HIIB/KW/22IE 


DISTRICT:  &flW2t. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  END  IMC:  ^faf/pjf_  

PROJECT  NO.  :    (±/Zft^CO   DATE  SURVEY  AUTHORIZED.    £/4/ g£ 

PROJ.  NAME:    J9*Am  bafiVM h  D*k.      DATE  WORK  STARTED :  6//<?/f>3 

I.ENCTII:     ESTIMATED  COMPLETION  DATE :  6/Zf/t>4 

DATE  SUBMITTED  TO  DISTRICT:  /^/^ 

PROJECT  MANAGER:    j4u&M-£k&&±££7y  TELEPHONE :   

■  * 

NO.  PERSONNEL  ASSIGNED:  \  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRN/BHB/sv/22 IE 


DISTRICT: 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6/Z<?/ 

PROJECT  NO.  :     fif  /gQ&^g.^   DATE'  SURVEY  AUTHOR  I  /.El) :  /^/p^. 

PRO).   NAME:  /^^y  DATE  WORK  STARTED : /l6   Cte*J  AsS/<SA>&& 

LENGTH:    —   ESTIMATED  COMPLETION  DATE:  /y//J 

DATE  SUBMITTED  TO  DISTRICT: 

PROJECT  MANAGER:    _.  TELEPHONE: 

No.  PERSONNEL  ASSIGNED:  %  COMPLETE: 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/ HHB/sw/22 | K 


DISTRICT:      Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    July  2,  1984 


PROJECT  NUMBER  &  NAME 


RF  60-2(3)91 
Great" FalTs-Eas  t 


DESCRIPTION 


Grade,  Gravel  Surf. 
PMBSj_  Structure 


NEXT 
MILE- 
STONE 


Prelim 
P.I.H. 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


330 


% 
COMP 


EST 

COMP 

DATE 


FR_2AZ3(3J.76_  _  _  _  _ 
Rogers  Pass  E.   (West  Sect.) 


Widen,,.  Gravel.  Suxf . 
PMBS 


Field 
Review 


RS_34_8_(18}_   _   _    _  _ 
5  Mi.  S.  Fort  Benton-South 


Grade_»_  GtaveX  Suxf  ■ 
PMBB 


Prelim 
P.I.H. 


40 


F_3-l(6)8_ 

Sun  River  Jet. -North 


PMBS  ,_0verlav_ 
Minor  Widening 


Final 

EJUL 


9-11-?  4 


RS_432_-2(1)40_ 
Rudyard-South 


PMBS  Overlay, 


Final 
P.I.H. 


2L 


RS_448rl(l)0_ 
Box  Elder-West 


PMBS  Overlay, 


Final 
M.B. 


.11 


9-1W4 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


CMS-14 


DISTRICT:    Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      July  2,  1984 


PROJECT  NO.:      IR  15-4(61)229 


PRO J.  NAME:    Augusta  Int.  -  North 

LENGTH:      18.7  Miles  

COUNTY:      Lewis  &  Clark  &  Cascade 


CONTRACT  TIME: 


120  W.  D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  10 
%  TIME  USED:  32 


4-16-84 


NO.  MEN  EMPLOYED: 


20 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6,229,685.78 
CONTRACTOR:      Hilde  Const.  Co..  Inc. 


FROM  (town):  Great  Falls,  Mt. 
AWARD  DATE:      Feb.  29.  1984 


DATE  WORK  STARTED.:      April  6,  1984 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


10-15-84 

5  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        G.  Enderson  TELEPHONE:  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      10  ADDRESS: 


104  18th  Ave.  N.E. 


GENERAL :      Prime  Contractor,  finished  Crack  Seal  operations  on  June  8.  1984. 
Began  producing  &  stockpiling  Plant  Mix  Aggregate  Gr.  B  on  June  1st.,  sxxx 
switched  to  Open  Graded  Friction  Course  and  3/4"  Top  Surf,  material  on  June  25th. 
Plans  are  to  start  Drainage  work  about  July  2nd  and  Paving  operation  about 
July  13th.  


 Subcontractor  ,  One  Way  Sign,  resumed  Revising  £  Crub  for  Med.  Bridge  Rail 

on  June  18th. 


 It  ruing 

Subcontractor,  Martinez  Const.  Co.,  Plans  to  start  placing  Concrete  Med. 
Barrier  Rail  on  or  about  July  23rd.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:     Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  2,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


IR  15-8  (41)  389 
Sunburst  -  North 


8.5  miles 


Toole 


CONTRACT  TIME:     70  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  40 
%  TIME  USED:  70 


4/16/84 


NO.  MEN  EMPLOYED: 


37 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2,259,443.42 
CONTRACTOR:     Meyer  Construction  Co, 
FROM  (town) :      Billings,  Montana 
AWARD  DATE:       February  29.  1984 


DATE  WORK  STARTED:     April  24,  1984 
PROBABLE  COMPLETION  DATE:     August  1984 

NO.  DAYS  WORKED  PER  WEEK:  _J  

NO.  SHIFTS  PER  DAY:  2-crushing,  1-paving 
NO.  HOURS  PER  SHIFT:  10 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Walter  D.  Smith  TELEPHONE: 

7  ADDRESS: 


937-7111 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


General  Delivery 


Sunburst,  Mt. 


GENERAL:  Meyer  Construction  Company  is  engaged  in  crushing  and  stockpiling 
open  grade  friction  course  and  crushid  top  surfacing  at  the  Peck  Pit,  west 
of  Sweetgrass.  Sub-contractor,  Eagle  Nest,  completed  their  portion  of  the 
crushing  an  June  1st.  Meyer  started  producing  and  placing  Gr.  "B"  Plant 
Mix  on  June  5th  and  are  50%  complete.  Completed  "Milling"  the  bridge  ends 
on  June  27th.  


DISTRIBUTION: 
3255-2914 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


Great  Fells 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Tn1y  9,  1QR4 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  1-4  (5)  271 


Shelby-West 


7.0  miles 


Toole 


CONTRACT  AMOUNT:     $  856,519.30 
CONTRACTOR:       _Baltrusch  Const.  Co.,Inc 
FROM  (town): 
AWARD  DATE: 


Havre,  Montana 


CONTRACT  TIME:  60  /  12  working  riays 
ORDER  TO  PROCEED  DATE:  6-21-83 

%  COMPLETE:  100  

%  TIME  USED:  100  

NO.  MEN  EMPLOYED: 


5-31 -R  3 


DATE  WORK  STARTED: 


7-13-83 


ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION  DATE:  6-27-G4 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:    1 

NO.  HOURS  PER  SHIFT:  12 


6-27-G4 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S.W.Newton 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


278-7531 


Cnn-rad,  tan nt ana 


GENERAL:         Baitrusch  Construction  beqan  shooting  Seal  Coat  on  the  6-18-84 

and  completed  it  at  4iO0  P.I/i.  6-19-84.  Livesay  painting  contractor  marking 
center  line  and  shoulder  strips  6-26-84  and  6-27-84  to  complete  project. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:     Great  Falls. 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  2,  1984 

PROJECT  NO.:        RTF  1-6(7)  384  CONTRACT  AMOUNT:  $305.886.00  

Havre-cn  i  nook 

PRO  J.  NAME:       <;ga1   g  r^r   CONTRACTOR:     Ball-rnsr.h  r.nn«;t.  r.n.  r.n. 

LENGTH:  20.3  Miles   FROM  (town):        Havre,  MT.  


COUNTY:  Hill-Blaine   AWARD  DATE:  4-30-84 


S8HH4»9MftTE!  9-i- 

84 

DATE  WORK  STARTED:  5" 

29-84 

ORDER  TO  PROCEED  DATE: 

5.-3-84 

PROBABLE  COMPLETION  DATE: 

7-6-84 

%  COMPLETE:  95 

NO.  DAYS  WORKED  PER  WEEK: 

Variable 

%  TIME  USED:  38 

NO.  SHIFTS  PER  DAY: 

Variable 

NO.  MEN  EMPLOYED: 

43 

NO.  HOURS  PER  SHIFT: 

Variable 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     F.  A. 

Robinson 

TELEPHONE:          72 7 "4 3 50 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  5 

ADDRESS:              P.O.  Box 

1359 

Gt.  Falls 

,  MT. 

GENERAL :      Contractor  began  crushing  cover  aggregate  5~29~84  and  completed 
same  6-27~84.    Began  seal  and  cover  operation  6-25~84  (1 00%  complete). 
Contractor  anticipates  beginning  striping  of  project  7~2~84.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS-14 


DISTRICT:       Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         June  gO,  1^84 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


E  3-g(8)  ie 


Fairfield  -  E.  &  W.fF.ast) 
S.O  Miles  


Cascade  /  Teton 


CONTRACT  TIME:  11 n  +  1  Working  Days 
ORDER  TO  PROCEED  DATE:  U_lft-fl3 

%  COMPLETE:   22  

%  TIME  USED:   alj  


NO.  MEN  EMPLOYED: 


_2B_ 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $    2, 1+92,  l8Q.6"5 
CONTRACTOR:        Hilde  Hon struct ion  fin. 
FROM  (town):       Great  Falls,  MT.  


AWARD  DATE:      Novemeber  30.  1982 


DATE  WORK  STARTED:      Fph.  i  1Qfi3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


8+ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Trim  ITomw£j-K»"Ka  f*1rov>  TELEPHONE : 

ADDRESS : 


Tnm  TTamrnp-rhflnVp-r 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  0.  Box  h9l 


Fairfield.  MT.  59^6 


GENERAL:      Contractor  Hilde  Construction  Co.  started  chip  &  seal  operations  on 
June  25.  198*1  and  completed  placing  chips  on  June  27  r  !Q8h.    The  contractor  1b 
currently  sweeping  excess  chips  and  removing  the  coverings  from  the  thermo- 
plastic striping  on  the  subject  project.  Pilot  caea  and  flagman  ace  also  . 

in  use  on  the  project.  Western  Signs  plans  to  be  in  to  stripe  the  project  j_, 
on  July  <9,  1QBU.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


CMS- 14 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


June  gfl.  gggjj  1 


PROJECT  NO. 


F  HES  V2(l0)  28 


CONTRACT  AMOUNT:     $  1,682,186.50 


PRO  J.  NAME:     EreaZfiOtb  Take-FlRRt,  ft,  West  CONTRACTOR:     T?mpl-rP  K»nH  ft  rvr^i  pn.,  inc< 


LENGTH: 
COUNTY: 


12.5  miles 


Teton 


FROM  (town) 
AWARD  DATE: 


Billings.  MT. 


June  8.  1Q8U 


CONTRACT  TIME: 


80  Working  Days 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    July  P,  TQflU 

%  COMPLETE:   Q  

%  TIME  USED:  q  

NO.  MEN  EMPLOYED:  _q  


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  15.  1Q8U 

_Q  

0  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Tom  Hammerbadcer  TELEPHONE 

ADDRESS: 


Tom  Hamtnerbacker 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


V.  0.  Boy  ltpl,   FaiT-fiPld^  MT . 

 52k3g  


GENERAL:   No  activity  on  the  subject  project  to  date.    The  pre- construction 

conference  for  the  subject  project  will  be  held  in  the  great  Falls  District 
Office  on  June  2Q.  1Q8U  at  10:00  A.M.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  3130 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  2,  1984 

PROJECT  NO.:        F  24-3  (5)  100  CONTRACT  AMOUNT:     $  3,215,825.45 

PROJ.  NAME:  Rogers  Fe[ss-East(Middle  Sect CONTRACTOR:      Meyer  Construction  Co. 


LENGTH:  8.5  miles   FROM  (town):    Fillings,  Montana 


COUNTY:           Lewis  &  Clark 

AWARD  DATE:  Sept. 

24,  1982 

CONTRACT  TIME:    120  /  10  working  lays 

DATE  WORK  STARTED: 

Nov.  18,  1982 

ORDER  TO  PROCEED  DATE:    Oct.   18,  1982 

PROBABLE  COMPLETION 

DATE:     July  1984 

%  COMPLETE:  ^ 

NO.  DAYS  WORKED  PER 

WEEK:  S 

%  TIME  USED:       *7  Z- 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  ZS" 

NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:    ' 

PROJECT  MANAGER:       S.  W.  Newton  TELEPHONE:  278-7931 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  Conrad,  toonta 


GENERAL 


E 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:     3130  Great  Falls 


CONSTRUCTION  PROGJBESS  REPORT 

6-00-0/i  ; 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


F  BHF  RFT  60-2(5)92  U2 

Warden  Bridge  

0.203  mile  

Cascade  


1,870,957.00  Structure 
CONTRACT  AMOUNT:     $  2,764,053.48 

CONTRACTOR:        Sletten  Constr  

FROM  (town):       Great  Falls  

AWARD  DATE: 


CONTRACT  TIME:     220  Working  Days 


DATE  WORK  STARTED: 


2-28-fifc  83 
2-22-*&x  83 


ORDER  TO  PROCEED  DATE:  4-18-83 

%  COMPLETE:   22  

%  TIME  USED:   76 

NO.  MEN  EMPLOYED:  0 


ACTUAL  COMPLETION  DATE: 


PROBABLE  COMPLETION 

DATE: 

8-1-84 

NO.  DAYS  WORKED  PER 

WEEK: 

0 

NO.  SHIFTS  PER  DAY: 

0 

NO.  HOURS  PER  SHIFT 

0 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  11-14-8? 

PROJECT  MANAGER:  Tnilwh  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  q 


TELEPHONE : 
ADDRESS : 


727  4350 


Box  1359 


Gt.  Falls  MT 


GENERAL :  The  only  work  carried  on  ggg  was  partial  placing  of  Bent  Protect or s . 
 Work  remaining  is  cleanup  list,  work  will  start  In  about  2  weeks.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:      Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:        July  2,  1984 

HES  60-2(11)91  U-2  6  $893,096.00 
PROJECT  NO.:  F-BHF-RTF  60-2(5)92  U-2       CONTRACT  AMOUNT:  $2,764,053-48  

PRO J.  NAME:    Warden  Bridge  &  Approaches  CONTRACTOR:     Sletten  Construction  Co. 

LENGTH:  0.4  Miles   FROM  (town):      Great  Falls  

COUNTY:  Cascade   AWARD  DATE:        February  28,  1983  

CONTRACT  TIME:        220+4  W.D.   DATE  WORK  STARTED:      March  30,  1983 

ORDER  TO  PROCEED  DATE:        4/18/83  PROBABLE  COMPLETION  DATE:  7/15/84 

%  COMPLETE:     (Approaches (  100%  NO.  DAYS  WORKED  PER  WEEK:  

%  TIME  USED:     Jl_   NO.  SHIFTS  PER  DAY:  _J  

NO.  MEN  EMPLOYED:  2-3   NO.  HOURS  PER  SHIFT:  __8  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE:  727~4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _j_  ADDRESS:  Great  Falls,  MT.  


GENERAL :      Contractor  worked  2  days  drilling  and  cleaning  holes  for 

 installation  of  Bent  Protectors.     Rain  received  during 

 this  period  has  made  it  impossible  to  achieve  the  necessary 

 compaction  on  the  Bent  Protector  Posts.    Anticipate  com- 

 pleting  all  work  on  Posts  by  July  15,  1984.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:       3130  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6-30-8A-  


PROJECT  NO.p  RHF  RTF  60-2(5)92  IT3  CONTRACT  AMOUNT:     $  550.827.00 

PRO  J.  NAME:        O.A  miles   CONTRACTOR:        Sletten  Constr.  Co. 

LENGTH :       Warden  Bridge  Overlay  FROM  (town):    great  Falls  


COUNTY:        Cascade   AWARD  DATE:  9-30-83  

CONTRACT  TIME:         ICQ  working  days  DATE  WORK  STARTED:  L-10-BL 

ORDER  TO  PROCEED  DATE:        10-34-83  PROBABLE  COMPLETION  DATE:  8-1-8A 

%  COMPLETE:   45   NO.  DAYS  WORKED  PER  WEEK:   


%  TIME  USED:   £7   NO.  SHIFTS  PER  DAY:   2_ 

NO.  MEN  EMPLOYED:         16  to  22  NO.  HOURS  PER  SHIFT:   8_ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      T.fl.  Tomlch  TELEPHONE:  727  4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  Boa  1359  

 Great  Falls  Mt 


GENERAL :   Traffic  has  been  detoured  to  the  Westbound  structure.  The  

 reaoTal  of  delaminations  has  been  conmpleted,  the  placing  of  the  overlay 

 on  the  right  half  has  been  completed  and  a  portion  of  the  left  side  is  completed . 

It  Is  expected  that  10  working  days  will  be  needed  to  complete  the  remainder 
on  the  overlay.  

The  four  man  engineering  crew  is  engaged  in  inspection,  chain  draging, 
 placing  overlay,  measurements  and  other  work.  


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


±4 


DISTRICT:    £T  f/?US 


CONSTRUCTION  PROGRESS_J£PORT 
FOR  THE  PERIOD  ENDING:     JtWiT  J!  g  ; 


PROJECT  NO.:      /Z  S    231  )  /jT       CONTRACT  AMOUNT:     $        /    Q9*f  .  3SZ  & 

PROJ.  NAME:     ST  J&g  Afe  tfAUe£  CONTRACTOR:     &Air*?VSC#     CVA/SP  CO. 


LENGTH: 
COUNTY: 


/-//LL 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


7Q  /S  n/O, 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


*i  -30  -8*i 




S2% 


NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED:  25,  /9e4 

PROBABLE  COMPLETION  DATE:     gcr-  B< 
NO.  DAYS  WORKED  PER  WEEK:  S 

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  & 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  .   TttfJJz.  TELEPHONE: 

1         ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Sox    .6-9  Z. 


GENERAL:         fAg  /Po/Z^B&J)    ^g&l&eJrioW   AS      /OO  g£  C0/HA>2.&"jr/T 

^/lecj/ii.  £iS£gs*sl   dk  cosh  &  ere sl&c  as  <9g!  %>  cossi&i&rt?. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     £7  f_  /WIS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     JQM£  2s) ;  z^"-? 


PROJECT  NO.  :  -/^J 

PRO  J.  NAME:         Cti/rtOOK  -  CL&glsMO 

LENGTH:   .  Z  AS)jL£S 

COUNTY:  SltflAJl?  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:        ^f-JS  <g3 

%  COMPLETE:   9.5"%-  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ye 


CONTRACT  AMOUNT:     $     &5 2,-5*1 3  — 
CONTRACTOR:     H/flf/Zi/SC #  £OMS>r.  CO. 

FROM  (town):  4j£tf£g_j   

AWARD  DATE:  .     Z8  f  /9&3 

DATE  WORK  STARTED:  '8  , 

PROBABLE  COMPLETION  DATE:     JW2  &4 

NO.  DAYS  WORKED  PER  WEEK:  3  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    6,0e00Ai    /'££ff^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


y2.  £g  S  - 


BOX 


GENERAL: 


op/ssAT/a*/  .     T~M/s     LMOMJ£&  QMSst  SflSg  sr&PM<*  compters. 

 S//6/fi/££&A/ft    p£'d50A//J£L    A£B        //m/O&ygO      /  ^/  //\^^>£?cnoA/ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:  /W/s  -  J^Jo 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         ^SZlV^tJ  JJs4- 


PROJECT  NO. : 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  TIME:  o. 


ORDER  TO  PROCEED  DATE:  J&~-J<?-*3 
%  COMPLETE :  %> 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


76.  'Z 


CONTRACT  AMOUNT :     $     S      £  4a,  &c=> 
CONTRACTOR:  A^y>> 
FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:     ^~JJ?  -<?4 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  __4___ 
PROJECT  MANAGER:     Srj)r>  jbuSTk 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


37£-  79  .-5J 


GENERAL: 

T2> 


J-jIojz.J    &£/jO<z.  A    J^jZ^    JSUj&tt  /y//9>C 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


<6  5 


DISTRICT:     &  f 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

-Jo  iV  Aj 

FOR  THE  PERIOD  ENDING:        Jd'/\Z/T  J")  ,  tf£4 


PROJECT  NO.:     /T)  ^7/2L  O  )  DATE  SURVEY  AUTHORIZED:      <      -  S3 

PRO  J.  NAME:      /*jrJ*  A\/£    tfAV/e£  DATE  WORK  STARTED:   Zl*£l  e$ 

LENGTH:   Q  •  8  /y)/Lt?<   ESTIMATED  COMPLETION  DATE:  /kJ6- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      &  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:    QlT  f/MS 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      \JQAt£  £9, 


DATE  SURVEY  AUTHORIZED: 


PROJECT  NO.:  S7/Q  (z) 

PROJ.  NAME:      UriO/V    d&J££E&l&lte    DATE  W0RK  STARTED:  3/,  /9 &4 

LENGTH:    ESTIMATED  COMPLETION  DATE:     JVAIG  /<}<?4 

DATE  SUBMITTED  TO  DISTRICT:  _ 
PROJECT  MANAGER:  C7 .  r^lB^TZ.  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:  /  %  COMPLETE:       A?T  &g% 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IE 


DISTRICT:       Qreat  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         .Tuhh  PQ,  1QQU 


PROJECT  NO.  :      r.s.  lm-i(2)  7 
PRO J.  NAME:      Fairfield  -  Power 
LENGTH :   7.0  miles  


DATE  SURVEY  AUTHORIZED:      n^t.f  loflo 
DATE  WORK  STARTED:        Feb.  21,  1Q84 
ESTIMATED  COMPLETION  DATE:  11-15-84 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  Tnm  ffamrnerh^ker  TELEPHONE:  U67-?448 
NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:  70& 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:     Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        July  2,  1984 


PROJECT  NO.:  M  5212(1)  DATE  SURVEY  AUTHORIZED:  9-17*81 


PROJ.  NAME:     Great  Falls-So.  Arterial      DATE  WORK  STARTED:  12-10-81 


LENGTH:  8-9  Miles  ESTIMATED  COMPLETION  DATE:  12-31-84 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727"4350 


NO.  PERSONNEL  ASSIGNED:        0  %  COMPLETE:  46 


Survey  Suspended  Indefinitely 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/ sw/221E 


DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  July  2,  1 984 

PROJECT  NO.:      RS  330-1(6)0   DATE  SURVEY  AUTHORIZED:   

PRO J.  NAME:      Ulm  So. -No.  Section  DATE  WORK  STARTED:  11-28-83  

LENGTH:  6.5  Miles   ESTIMATED  COMPLETION  DATE:      8-31-84  * 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727-4350  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:  76  

'•Pending  outcome  of  condemnation  hearing  (Parcel  11) 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      July  2.  1984  

PROJECT  NO.:    RF  24-3  (3)  76   DATE  SURVEY  AUTHORIZED:  "A 


PRO J.  NAME:  Downans  North  East  DATE  WORK  STARTED:      Feb.  2,  1964 

LENGTH:  7.3  miles   ESTIMATED  COMPLETION  DATE:        July  1984 

DATE  SUBMITTED\ TO.  DISTRICT:   


PROJECT  MANAGER:     s.  ,;.  Mpwton  ,  TELEPHONE:  276-9931 


90 

NO.  PERSONNEL  ASSIGNED:  J  %  COMPLETE:   


Crew  heipinc  Land  Surveyor  to  locate  section  torners  on  Mr.  Curran's  property. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      July  2,1984 


PROJECT  NO.:    RF  24-3  (3)  76 


LENGTH: 


Roqers  Pass-East 
PRO  J.  NAME:      West  Section 


3.4?  miles 


DATE  SURVEY  AUTHORIZED:    March  2,  1983 
DATE  WORK  STARTED:        July  21.  19G3 
ESTIMATED  COMPLETION  DATE:     July  1984 


DATE  SUBMITTED  TO  DISTRICT:  _ 
PROJECT  MANAGER:      S.W.Newton      Wv  TELEPHONE: 


278-7931 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


92 


Crew  working  part  time  on  bridqe  site  location  at  Cadotte  Creek. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


CMS- 16 

DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  2f  1984  

M.P.  79.3  to  M.P.  89.6 
PROJECT  NO.:     RF  10-2(3)51  DATE  SURVEY  AUTHORIZED:  12-7-83 


PRO J.  NAME:       Big  Sandy  -  Box  Elder        DATE  WORK  STARTED:  1-27-84  

LENGTH:       10.3  Miles   ESTIMATED  COMPLETION  DATE:  11-15-84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     Enderson  &  Treftz        TELEPHONE:  727-4350  


NO.  PERSONNEL  ASSIGNED:      _e   %  COMPLETE:  75 

Work  on  HYD.  #1  continues  as  time  permits. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


CMS- 16 


DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:      July  2,  1984  

M.P.  62.6  to  M.P.  72.3 
M.P.  74.8  to  M.P.  79.3 

PROJECT  NO.:        RF  10-2(3)51  DATE  SURVEY  AUTHORIZED:  12-7-84 


PRO J.  NAME:  Loma  -  Big  Sandy 
LENGTH:        14.2  Miles   


DATE  WORK  STARTED:  4-30-84 


ESTIMATED  COMPLETION  DATE:  3-15-85 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      G.  Enderson  TELEPHONE:  727-4350 


NO.  PERSONNEL  ASSIGNED: 


0 


Work  is  suspended  for  the  construction  season, 


DISTRIBUTION: 


3255-2916 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


%  COMPLETE:  1% 


CMS- 16 


DISTRICT: 


Great  Falls 


PROJECT  NO. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      July  2,  1984 


M.P.  72.3  to  M.P.  74*8 

RF  10-2(3)51   DATE  SURVEY  AUTHORIZED:  12-7-84 


PRO J.  NAME:  Loma  -  Big  Sandy 
LENGTH:        2.15  Miles  


DATE  WORK  STARTED: 


2-9-84 


ESTIMATED  COMPLETION  DATE:  11-15-84 


DATE  SUBMITTED  TO  DISTRICT:      May  8.  1984  * 

PROJECT  MANAGER:     G.  Enderson   TELEPHONE:  727-4350 

NO.  PERSONNEL  ASSIGNED:     _0   %  COMPLETE:  98% 


*  The  Survey  was  submitted  to  the  Dist.  Office  for  design,  however,  some 
section  tie  work  remains. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2916 


DISTRICT:      Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       July  2,  1984  

M.P.  55.0  to  M.P.  62.6 
PROJECT  NO.:     RF  10-2(3)51   DATE  SURVEY  AUTHORIZED:  12-7-83 

PRO  J.  NAME:       Loma  -  Big  Sandy  DATE  WORK  STARTED:  1-27-84  

LENGTH:       7.5  Miles   ESTIMATED  COMPLETION  DATE:  11-15-84 

DATE  SUBMITTED  TO  DISTRICT:     May  8.  1984  » 

PROJECT  MANAGER:     Glen  Enderson  TELEPHONE:  727-4350  

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE:  85% 


*  The  Survey  was  submitted  to  the  Dist.  Office  for  design,  however,  xsnks  some 
section  tie  work  remains. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  July  2.  1984 

PROJECT  NO. :  IR  15-5(65)283  DATE  SURVEY  AUTHORIZED:  5-27-83 

PRO J.  NAME:      Great  Falls-Vaughn  DATE  WORK  STARTED:  4-3-8A 

LENGTH:  26.2  Miles   ESTIMATED  COMPLETION  DATE:  g-30-84 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727-4350  


NO.  PERSONNEL  ASSIGNED:  Q   %  COMPLETE:  ^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:      Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  July  2,  1 984 

PROJECT  NO.:        BR  9008 (10)   DATE  SURVEY  AUTHORIZED:      1  1-1  -83 

PRO  J.  NAME:  Dent  Bridge   DATE  WORK  STARTED:  4~3~84  

LENGTH:  1.0  Mile  ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:  6-22-84 


PROJECT  MANAGER:      F.  A.  Robinson  TELEPHONE:  727-4350 

NO.  PERSONNEL  ASSIGNED:  4~5  I  COMPLETE:  100 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:     GLENDIVE  4130 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  26,  1984 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

RFPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

Daamar  -  N.D.  Line 

PMS.  Overlay 

Final 
P.I.H. 

43 

40% 

12/1/8 

F  26-1(1)3 
Tidney  -  NTTj.  "Cine 

Gr.  Gravel ,  PMS. , 

and  Structure  — 

Final 
P.I.H. 

36 

35% 

3/1/85 

BRF  1-10(11)592  _ 
E.  of  W.P.   (Msq.  Cr.) 

pTpe- and*- Apps . 

Plans  t 
Checke 

:  83.5 

100% 

Design 
Comple 

If  ^-n.ejto 

Fallon  Co.  Line  -  E.  &  W. 

PMS.  Overlay 

P.I.H. 



0% 

7-1-85 

F  39-1(15)4 
Lame  Deer  -  N. 

PMS.  Overlay 

Fr  el  mi 
P.I.H. 



0% 

8-1-85 

F  18-1(2)1 

TTiles  CTty~  N7W.  "~ 

FMS.  "Overlay-  — 

Prol  "1  TTl 
ST  Lcl  JJ.11 

P.I.H. 



0% 

9-1-85 

FR  1-10(12)639_ 
CulBertson  -  West 

PHS .~ Overl ay" &  "Widen  ~ 

Prelim 
P.I.H. 



0% 

6-1-86 

Ixo   £H  /  —  l  \  l  j  \j 

Webster  -  East 

GS. 

P.I.H. 

— 

0% 

6-1-86 

F  z5-l(o)U 
Circle  -  North 

PMS.  Overlay  &  Widen 

FUD11C 

Hearin 

;  116 

25% 

8-1-86 

RS  344-1(5)29 

7.5  Mi.  W.  of  Froid 

PMS.  Overlay  &  Widen 

Jr  Lcl  JJJi 

P.I.H. 



0% 

9-1-86 

"DDT?    AO  1/£\7'3 

BRr  42— 3\0) 15 

T.  of  GTasgow  TMilk"  Rlv.)- 

STr and- Apps . 

Prelim 
P.I.H. 

0% 

3-1-8/ 

1  42-3(7,)59_         _    _  _ 
Fort  Peck  -  Glasgow 

PMS  ."Overlay" &  "Widen  "~ 

Comp .  o 
Survey 

i 

0% 

7-1-8/ 

TOTAL  =  278.5  HRS 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT:  S?/~/7c//<yc 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^/Z^//^-/ 

PROJECT  NO.:   F  P.f  pg>  3^   CONTRACT  AMOUNT:     $  ^  7"*&.  £/ 

PROJ.  NAME:     Locate  Eflaf   CONTRACTOR:    Se^JA  -            ^  ^7 

LENGTH:       // sn,   FROM  (town): 

COUNTY:      ^yy<./(S~   AWARD  DATE:  7 ////A*   


CONTRACT  TIME:  Z^J.  /J.   DATE  WORK  STARTED:  gg/^-g^&g 

ORDER  TO  PROCEED  DATE:      dS&LAZLS.  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:  g£   NO.  SHIFTS  PER  DAY:   A* 

NO.  MEN  EMPLOYED:  '  NO.  HOURS  PER  SHIFT:  ^— 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S^^^/r  TELEPHONE:  -   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      72*s>-^.  sj  ^  Atc,A/^*ssr 

GENERAL:     /j/;   /,J^/    /^a  <r  /DfA^^>^/sis?   zfC^>  7^  ^/^/^ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


GI endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  26,  1Q84 


BBS  22-1  (1)  lit 


PROJECT  NO. : 
PROJ.  NAME:  ?\  Mika  East  of  *laxville 

LENGTH :  

COUNTY:  Daniels  


CONTRACT  TIME: 


80  WD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   ^ 

%  TIME  USED:   g_2_ 

NO.  MEN  EMPLOYED: 


8-26-8^ 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


$  410,607 


Riverside 


Paradise,  ECT 


August  Sr  1Q8^ 


DATE  WORK  STARTED:    6e  Member  8,  198^5 
PROBABLE  COMPLETION  DATE:        June  1Q84 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:      June  8,  1984 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:      June  8,  1Q84 

PROJECT  MANAGER:      James  £j  Baldwin  TELEPHONE:  787-S701 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _2_       ADDRESS:  P.O.  Box 


June  8,  1Q84 


Cidbertson 


SQ218 


GENERAL :   Work  this  past  period  consisted  of  oaveuent  marking,  

 sign  installation,  and  seeding,     ^eedin^  completed 

 June  29,  oavement  marking  and  sign  installation  como- 

 leted  the  first  week  of  June.    All  work  jn  the  project 

 completed  on  XiiK    June  8,  1984.    The  pro.iect  is  100%  

 co^uete  with  78  days  or  Q2^  of  the  contract  time  elapsed. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Glendire 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        June  26 ,  1Q84 


PROJECT  NO.  :  F  RTF           (31  hr>  TI  1&? 

   r—  —~9  1  •  

CONTRACT  AMOUNT:  $ 

2.468.S70 

PROJ .  NAME :              PI pntvwnnri-^mith 

CONTRACTOR: 

Hilde 

LENGTH:  4.7 

FROM  (town):         Great  Falls 

COUNTY:  Sheridan 

AWARD  DATE: 

Mav  31 t  1983 

CONTRACT  TIME:              120  WD 

DATE  WORK  STARTED: 

Julv  1Qf  1983 

ORDER  TO  PROCEED  DATE:  6-21-83 

PROBABLE  COMPLETION 

DATE:      juiv  1Q84 

%  COMPLETE:  100 

NO.  DAYS  WORKED  PER 

WEEK:  5 

%  TIME  USED:  qq 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  26 

NO.  HOURS  PER  SHIFT 

:                '  q 

ACTUAL  COMPLETION  DATE:      June  26 ,  1Q84 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:    June  ?6,  1Q84 

PROJECT  MANAGER:  Jamfia  E.  Ralriwin  TELEPHONE:  7h7-S701  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     Jl_       ADDRESS:  P.O.  Rox  SS6 

 O^ibert.qon  SQP18 


 Work  this  oast  period  consisted  of  seal   nnatr  signs,  

and  pavement  marking.  Completed  seal   no at  on  June  18 ,  sign 

installation  completed  June  ??,  and  pavem  nt  marking  cum  1  ted 

on  June  26.  All  work  on  project  completed  on  June  26.  The 

ufroject  is  100^  complete  with  132  davs  or         of  the  cont- 
ract time  elapsed.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /g/ss/e/scC 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  ^23-1(6)1      M  8001  (3)        CONTRACT  AMOUNT:     $  VJZU?J#'?sZC> 

PROJ.  NAME:    {g^j^^S^^'  C°NTRACT°R:  M^S^^^^.^ 

LENGTH:        ?  ^  s?7,  .   FROM  (town):      /Z,//,7j?S  S??^ 

COUNTY:       /^t^V   AWARD  DATE:   

CONTRACT  TIME:  £J  Z?   DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:  S^/JA 

%  COMPLETE:  Q   NO.  DAYS  WORKED  PER  WEEK:  ^-  

%  TIME  USED:    N0-  SHIFTS  PER  DAY:   1*1  

NO.  MEN  EMPLOYED:       —  NO.  HOURS  PER  SHIFT:    


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  €ONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    7^  S£f£*J6rl£  TELEPHONE:      2.3s£  ZJ%22JL  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     -~        ADDRESS:     IDt/?^-  ^//^^^ 

GENERAL:      /Jo  A  )6_<  /!?/>       XV        &Z   z^/>& <-r Jg£  ct£/S's9& 

ifi/be:  /?<<  zdL  /?Wnc/  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  glztJc/lUZ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     JfjAjg  2h  /9f*/ 

f  /  (W)  Zb  CONTRACT  AMOUNT:     $  79 3j  4&/QO 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:  J*/>JL)- 


/Us 


DATE  WORK  STARTED:        £9-Ot  ~S3> 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  £& 
%  TIME  USED:  Jfi 
NO.  MEN  EMPLOYED: 


Q8'QZ-?3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


07-/?- #4 

n  

a 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  J),  ^P/Jj&cAzE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


7</<Z~J</S/ 


GENERAL: 


A£L    lt&il&_d££L   /&jJk#C&*Ji   /%nMd£&  jdi2& 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


57 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  4frJ-/(l)0  , 

PRO  J.  NAME         /W.  ^  7?gg  Gg, 

LENGTH :  /jjJ/HtL&fr  

COUNTY:      frsoJcfe*-  KliS(?'C 
CONTRACT  TIME:  60 .  O.  , 

ORDER  TO  PROCEED  DATE:     V  / & 

%  COMPLETE:  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  2f  Z4&>-  I 

CONTRACTOR:    /ZeTA&Lt?  pAUCtZS>  ,  Zuh?, 
FROM  (town):   tjrfcsfi. A/c^mti/iJji 
AWARD  DATE:   A/ooC/nJ*'*}  jg tffV 
DATE  WORK  STARTED:     //fg/c  4/ 
PROBABLE  COMPLETION  DATE:  \/«//y 
NO.  DAYS  WORKED  PER  WEEK:  O 

NO.  SHIFTS  PER  DAY:    / 

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  /X/AAJZ^rWeduHflC/f/L  TELEPHONE :  3 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


ADDRESS : 


GENERAL 


'/CCS 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     (7  t&Y 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  </ 


PROJECT  NO.:    _JT9S-  </&  iCl^£ 
PRO  J.  NAME:     jry+s/TC  7~ 
LENGTH :          ^-y  g>     s?7  s <^  <^S~ 
COUNTY:  <~  <ys  s~ C~SJ  


CONTRACT  AMOUNT:     $  /Q  £  7  £  .  ^TO 

CONTRACTOR:  <r<5/K    eG/rS77  /VfC. 


FROM  (town) 
AWARD  DATE: 


/3a 


ST? 


7  GQ 


CONTRACT  TIME : 
ORDER  TO  PROCEED  DATE:       ,  s~// 

%  COMPLETE:   .5jg  

%  TIME  USED:   J  

NO.  MEN  EMPLOYED:  J?  Q  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/  


<2_ 


•±  /a 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


-7- 


TELEPHONE: 
ADDRESS : 


QZZ2C  ^  S 


GENERAL:        US  O > /rtf  C  O/^/y  s^C^      O  ^  CLA&&&6£$.  ^fj^d^PcF 

 C-G        /&C  C-^C'      <>gg£g_     s&S     y^O  <L  C  QQtyJ. '  CTyf^^^C '  9>  rPZ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


■amp 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE,,-PERIOD  ENDING: 

PROJECT  NO. :  ^Zl>7- ^(?<?) 

PROJ.  NAME '  —  /^.J^syr 


J 


On  er  oc 


LENGTH: 


COUNTY :    £.  <zsJT*st'* 


CONTRACT  TIME:    ggggg  £3 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  C^//Ta 
%  TIME  USED: 


CONTRACT  AMOUNT:    $  //^VS'.  3V>?1 
"CONTRACTOR:  Cn?-*  (J^-  ^/r.  <f<3. 
FROM  (town) :  ^&///>.',  'C?5-  tZ&Mf*?'*? 


6iO 


NO.  MEN  EMPLOYED:    //  . 


AWARD  DATE: 

DATE  WORK  STARTED:  J^JfjfTJ^  (j&far-rfsx"  S  ) 
PROBABLE  COMPLETION  DATE:  ^g^g^t  g?:£x~;fhe i  J 

NO.  DAYS  WORKED  PER  WEEK:  «£T_  

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  £^X? 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ^* 

PROJECT  MANAGER  \/%J?.(6>  /'2  / J>/~/<  TELEPHONE 

£  ADDRESS: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ST 


/////x  6^  /Z^  ^A/ 


tP7 

GENERAL :  -/f^7^T  ^&S3»  ^Sr7'V0~      T^/:  f^*") 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


6>t£\)G\v£ 

DISTRICT:        *~f  I 3  & 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       G>-  2~ip- 

CONTRACT  AMOUNT:     $  jfc-^jlff^l^ 
CONTRACTOR:    t)(/lA)iCj^  fl/g^o  #  (Stl  <W/kf 
FROM  (town):  PftUobijM  .  MlNN  .  S~&Z?/ 
AWARD  DATE:       Z  '2,9-?/ 
DATE  WORK  STARTED:  H  >  Z  ~S"-/ 
PROBABLE  COMPLETION  DATE:  -^V 
NO.  DAYS  WORKED  PER  WEEK:      S~  Co 

NO.  SHIFTS  PER  DAY:         /  -  2-  

NO.  HOURS  PER  SHIFT:      Q-  iZ  4  I//QW /^if 
ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Mj&jj^j.  TELEPHONE:      3C  &~  2-877  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  G>im<rli\re  


GENERAL:     £aIQ    A7;i<-/a/C    ^   TrgM    3o#    Qoe  Q"Lo     [±      SS  %  £*r*f>/f¥c 
/A/  LA       14-/?  CompUh  


5^ih  -  C<™  /^/^Ay'  -  £~/)<$L£  A/tTir  Ctrtir*''    $<?<T/QA/  Ufcy/t.  ay? 

a*  <J  as?               *           3c         £icy\e>  cu  't^K  Their  /^<W^» 
f  CrUf  rftHG  QtC<  ft   ^  .  


PROJECT  NO.:  Xr  ^C 

PR0J.  NAME:  gr^c"^^^ 

LENGTH :         jft.ft  /YliUi  

COUNTY:  O^^.^J  

CONTRACT  TIME:        j/O  M/.Q. 

ORDER  TO  PROCEED  DATE:  Lf-j 

%  COMPLETE:  37  


%  TIME  USED:  4/ 


NO.  MEN  EMPLOYED:  S5~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
FINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Qf*>yJiJ<L 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^^6-  g L{ 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


jgs  zvs^±(j_}  !> 


CONTRACT  TIME:  f£p  od^D. 


ORDER  TO  PROCEED  DATE:  V 

%  COMPLETE:  

%  TIME  USED: 


CONTRACT  AMOUNT:     $     {   /ft/  /  oZ  .  C  >~ 
CONTRACTOR:      C/«S&-   tai^  flo^h. 
FROM  (town):      Uif^  ft^A    (?vy  6  7 

AWARD  DATE:  2~  2  f-  T</  

DATE  WORK  STARTED:        tf-(  %^1jL 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  g-/Q-  fc/ 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT: 


to  -  f  2- 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  /J//f 


PROJECT  MANAGER:  jS+lL 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


53- 


TELEPHONE : 
ADDRESS: 


31,?- Z?-77 


GENERAL: 


3k- 


»1  J 


Are 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  <£1&>M 1 


CONSTRUCTION  PROGRESS  REPORT 
FOR  TJIE  PERIOD  ENDING:      ~$Q  YIC  2L>    ? ^ 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH:  _ 
COUNTY: 


£5  ^-l(3)o 


CONTRACT  AMOUNT:    $    /  Oi/f,  7-0 

 X- —  —  _ 

CONTRACTOR:        sTJ  cy£/L 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME:  jJ>  O. 


ORDER  TO  PROCEED  DATE:      ft- f3 

%  COMPLETE:  g O  

%  TIME  USED:  ^  "/  

NO.  MEN  EMPLOYED: 


J3k£/J./j^l£  _  ._ 

DATE  WORK  STARTED:  /7-<?3 
PROBABLE  COMPLETION  DATE:     6-/^-8  J 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  E^ 


TELEPHONE; 
ADDRESS: 


&S3  -/cS~o 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BIIB/sw/221F 


DISTRICT:    (S/^ajJ  HJC 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     JuaJC  ZQ/  fif/ 


PROJECT  NO.:    fa  3SZ-2/2)jZ  CONTRACT  AMOUNT:     $  &  & 

PRO  J.  NAME:  <^>/)AOWO  AJe>*TN&S«t^   CONTRACTOR:  SkjM  &  So/U  fiLuj7#7$>.f  HxjC 


LENGTH: 
COUNTY: 


CONTRACT  TIME:  6(J.0< 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  8S/c 
%  TIME  USED: 


NO.  MEN  EMPLOYED: 


AT 


FROM  (town):  A*J*CQA}J*j  A/o*o7JijHI 
AWARD  DATE:     /jfay  J£  J 9^3 
DATE  WORK  STARTED:    yJuA^l  Z3f  /9<P3 
PROBABLE  COMPLETION  DATE:  7'/^^ 

NO.  DAYS  WORKED  PER  WEEK:  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  /Q   


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    DuA#e J .         jl^y^TELEPHONE :  /4 7Z 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


ADDRESS: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  £lcjjdi\j£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Jtfjjg 


PROJECT  NO.  :  ££s  //IS-f^Z/ 

PRO  J.  NAME:    A/AlAilA   - /Ja£4A 

LENGTH :        ^  Q  /tf,le*  

COUNTY :  l/jUfTj   

CONTRACT  TIME:  90  A/.X)  - 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  f£ 
%  TIME  USED:  <gg 


NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  ^  £7£,  4& 
CONTRACTOR:  C/AEk?'fi£d//)££4 
FROM  (town):      //fl/fig.  jtf f. 
AWARD  DATE:      Jfog  ,  £^  J<)f3 
DATE  WORK  STARTED:    ^jtyA  J</,/9f£ 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:  S.  

NO.  SHIFTS  PER  DAY:   / 

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  JD^ueCC/liT^  TELEPHONE 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     £_  ADDRESS: 


GENERAL :     .  ^&^gl4g  J&/J*llSr>4    faifhf /d/jjj  /to I 

OuirikJeeL           tP/ja*/-  fy*  >W  aa//=;  .m/ 
Zd£.  ■  SZAl  JPajW  rtovrS  jfflfrx&AJ  . 
 A  11°  'fmj  A  fit  ma  £a&Z£j£t 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


FOR  THE 


DISTRICT:  (^/rAjJfl/C 

CONSTRUCTION  PROGRESS  REPORT 
PERIOD  ENDING: 


PROJECT  NO.:  4</7-/(-7)/Z  CONTRACT  AMOUNT:     $  ^77-46 

PROJ.  NAME:  fZrttf.  ^se&oi)Z.  CONTRACTOR:    £.  H  Ott/>/l£      S<MfJ.  . 

LENGTH:       3  ~%   FROM  (town):  ^]/^Pjy}  gdff  

oSetiab  AWARD  DATE:     fytf/c  <js/?S</ 


COUNTY: 


CONTRACT  TIME:         tfO  £<U./).  DATE  WORK  STARTED: 

ORDER  TO  PROCEED  DATE:  ^-^O^f  PROBABLE  COMPLETION  DATE:  ^Afr  tf&T 
%  COMPLETE:  ^9  j^Q   NO.  DAYS  WORKED  PER  WEEK:  Q 


%  TIME  USED: 


NO.  SHIFTS  PER  DAY:   I 


NO.  MEN  EMPLOYED:  O  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  \ 

PROJECT  MANAGER:   <Dva>Q£  ,/.  tf/fa^j/^^.TELEPHONE :  23t 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    j£  "'  ^      '       ~L  ' 


Case  (aZgik  UM&  p/se^d  t&jpya  *  5  U  I  A  a*  Ar  i±z 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

ft 


■   ri  mil 


DISTRICT:  £/e.»Jjv<z 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  yjvne 

//.D.  PROJECT  m.  :/?jeS  '/SjS-7~aSB(1>3)  0d>7  CONTRACT  AMOUNT:     $  Z.  &JZ£>.  7Z8.  JO 

(j5«o«jd/e-r>)?R0J.  NAME:  Af/ssoori  dp<.  CONTRACTOR:  Cer~s<fr.     Cj.  Q>.g  <3oX /S3\ 

LENGTH :        2.  ggj-     jyj^s   FROM  (town)  :tf/acJt  frr  /If.  W/JCohS/i . 

COUNTY ^^Lkj^fe   =  /V-  P-  AWARD  DATE:    ^g^.  J2,    J?S<?-  ^Zjf^JfL 

CONTRACT  TIME:         ^/ Z.      W-  O.  DATE  WORK  STARTED:   /^g^/f  /Z. 

ORDER  TO  PROCEED  DATE:    /T^J,,  /?  )<f#4  PROBABLE  COMPLETION  DATE:  ^  /9S£~ 

%  COMPLETE:   £Z  7o   NO.  DAYS  WORKED  PER  WEEK:  S_ 

%  TIME  USED:  NO.  SHIFTS  PER  DAY:  / 


NO.  MEN  EMPLOYED:       /3-  ^-/o(yg.  NO.  HOURS  PER  SHIFT:  /O   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /&J&r3on         TELEPHONE:    ^7Z-  4-3Z  */ (j>»  ~  frrt>j ecf). 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^       ADDRESS:      J/.  />,     //ty/twA*  /><zf/- 

GENERAL:  y^/^t^.    d^r^a^Jw  t  /.orxJa-   (Tons-Jy.     tlo .    j&grA^incj  o-*~>- 
d-eor/->™^    <J^r  /4J>u'/~-  __/^      c/yov-e.  ~/es-J~ py/-e,    d+f  3 ,  of ' to<r^- 

-£>     Z3'     ^><s./oojj     bo  j//crrr  oj- \s&SlU*£u  Ai^  ^o/,  </  o /r^<^/~  UJ'^fti 

^   Pi/e    g/>-/yg^-<-,    jPj&^ec/  <^/y-/\//nej     i/-f\pS    On      Y~e+n  etii/n 

■A><^  7*   jV^//  &&#*>rt<^    g-/~    £?jJgl/'/'  *fS~J  Ae/ooo'    J>a /$r?~r-r 

G'/-    <-/&c-tA-~i^.       j#7*Jer     ^drwz*£s*-e~   ' )-eVe,  '   7  s& . 

Ae/r.  /^va/*.  -  £>,ts<fr-  /Pevieoi?.  Z-ZA-SW. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


V 


DISTRICT:  r>Jt  Q  C 

» 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -Jj^g,^, 

PROJECT  NO.:    y$/0/>  <?  *  9  ?  - /9  3  CONTRACT  AMOUNT:     $  £  ?/  (W 

PRO  J.  NAME:                   ^LcJ^ujtj.  CONTRACTOR:     /^cA'a,-/  S<       / , 

LENGTH :           &LL£  '  FROM  (town):      &%J>£  sC'/Jr  

COUNTY :/;t &WJi*l£  VJ>Jy  f  ?L/Jj /> S  AWARD  DATE :        ^Lj.    JQ  -  //  OS 

CONTRACT  TIME:                  /jj^JJ  DATE  WORK  STARTED:      .,<"-  ZQ-A*/ 

ORDER  TO  PROCEED  DATE:    /£-         r<? J?  PROBABLE  COMPLETION  DATE:     £  ■  Jjg^j&Z 

%  COMPLETE:            £    NO.  DAYS  WORKED  PER  WEEK:  yj" 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  /  ,  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  [i.i//*j/e 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  JkL/JL 

PROJECT  MANAGER:      J^uoZmIIA  TELEPHONE:  Z&££2-  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      ^OjL    G&,  /^A/C 

/ 

GENERAL :       /^Vz.<    77)i?r->                   ^  Asj  /r*,?  CUUujjxL 
Art*?  CJLLUU&£jL   f    ^^c/ .?s,4?A  */  jri's  c-'drcy  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  6^W^e. 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
0.  £T~  /rti/es  


June.  £.6.  (134 


CONTRACT  AMOUNT: 
CONTRACTOR:  £~o/y 
FROM  (town): 
AWARD  DATE: 


—r  7*  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


83. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /OO 
%  TIME  USED:  g/ 


/6  -/0-  8Z- 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


/ 


ACTUAL  COMPLETION  DATE:    6-  /4~S4 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:       ////J  ■ 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


Z377 


3ENERAL :      ^j>&-  ,<^J™^Jo<r !  ^/e^J-tnc,    fn  ^sJtt  //ej    n'li-e-  - 

J 


Strrx— 


(J 


7^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  6>L€/JOl\/£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      SUaJ€  ZL  , 


PROJECT  NO 


:     EH   <%5*/2   L%\  DATE  SURVEY  AUTHORIZED:  ///xj/fV 


PRO  J.  NAME:  L/fST  /~d£t    StiQ-rCdsS        DATE  WORK  STARTED:   

LENGTH:  £>.1  /VilLCS   ESTIMATED  COMPLETION  DATE:  ^llo/vS 

DATE  SUBMITTED  TO  DISTRICT:     Llxil  <? <4 


PROJECT  MANAGER:  "^v-  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   O  °/* 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  £ '/ £ /)c//l/<f 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ~7c>4e  J#-/?<P'9' 

PROJECT  NO.:  ?J jS£  DATE  SURVEY  AUTHORIZED:     /Z' &  '  <&  # 

PROJ.  NAME:  /*/(/ ^/ais  DATE  WORK  STARTED: 

LENGTH:     0.    ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:  &  ¥_ 

PROJECT  MANAGER:     /Vo  y        tJ/  TELEPHONE:        6>         "  ^^-^^  

NO.  PERSONNEL  ASSIGNED:        J3  %  COMPLETE:  /<30  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6>L£A/0i\/£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^dAl£  7.1*, 


PROJECT  NO.:     B>?  ^fOOla  Ci\ 


PRO  J.  NAME:      7" MA/V)PSOa/  C  ££~e/C 
nA£T£&  Co, 

LENGTH:  & .  ST  ASllLfS   


DATE  SURVEY  AUTHORIZED:  /  llo/XH 
DATE  WORK  STARTED:  - — ' 


ESTIMATED  COMPLETION  DATE:     RP/lic  /9<8 


DATE  SUBMITTED  TO  DISTRICT:  Llll 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:  6,LC/V0)\/£ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Z£> 

PROJECT  NO.:     Xg  ^  zJl  1  DATE  SURVEY  AUTHORIZED:       V/  /H 

PRO  J.  NAME:  P/LA/t/C    Co,  L  /a/£~  -/sSesrDATE  WORK  STARTED:   

LENGTH:  ff-jT   Art  I  t  €S   ESTIMATED  COMPLETION  DATE:  l/lll?^ 

DATE  SUBMITTED  TO  DISTRICT:  £otzi/t*i 


PROJECT  MANAGER:  —  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:         ^  %  COMPLETE:   O 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IE 


DISTRICT:  £/e*idl\tt. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:     ft/2~3  £ll  DATE  SURVEY  AUTHORIZED:  J~£S-f4> 

PRO  J.  NAME:  {facMz  &AS6i?u)  DATE  WORK  STARTED:        jg-  l'#4 

LENGTH:         J£,  /  aQ,1/T4   ESTIMATED  COMPLETION  DATE:  V-/S"-/S" 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     J),  , *Di/&QfJ>£/e        TELEPHONE:  7*j6>~3</3/  

NO.  PERSONNEL  ASSIGNED:         5*  %  COMPLETE:   .  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  6>LtA/Dt\/£ 


PROJECT  NO. 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      SU/^/C   Z6>  19/4 


DATE  SURVEY  AUTHORI ZED :  SlZlhi 


PRO  J.  NAME:  SlD/SfV  -/V.  O.  L/a/£  DATE  WORK  STARTED:  <?/z/W 
LENGTH:  *4.  &  ASl/^CS 


ESTIMATED  COMPLETION  DATE:  l/zitrM 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:  Zj/z^/H 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE: 
%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT: 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^Ju/1<3  7Z<% 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

comp 

DATE 

Find/ 

//a 

fi?/  mryas  -  k/ari-n 

f^cojistruc +ion 

AT  /,  //, 

1 

Phe- 

~P>  1  LJ 
r.  1 .  fi , 

St 

/  BO 

rV'  ysrr a  t?  z>r ana  t2  —  WcriT^ 

wicien  ovet-ia\s 

Find  J 

A/1  n  14-  —  P^/rvt  r-si  W-  JPy/Z ' P^kc4 
fyiisii  a —  if  j  / r  (j  n*  *-a~t^abi 

0 

I 
1 

~/.rf. 

f   '  Zs 

rind/ 
■p  t  ,4 

o 

/V?  C?4£J         _  _  _ 

r  > i.  it . 

* 

f*  /« '7. 

o 

f 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


DISTRICT:  rf,'///^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  #4- 


PROJECT  NO.:  9fi-f  (?s)  38.< 

PRO  J.  NAME:    foe  A  pc;n±    JT  /  & 

LENGTH:   6"  

COUNTY :   ^ae^fxuu^  ?Jfi'J/iu-J-~» 

CONTRACT  TIME:  fA 

ORDER  TO  PROCEED  DATE:  jT-^-^ 

%  COMPLETE:  

%  TIME  USED:   ^  

NO.  MEN  EMPLOYED:   /? 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  %  9a 
CONTRACTOR:  UULi£  £k* 

FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  /v/a 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


GENERAL:   22  c  C^A-8.c/i>.  /<£  CJtUULkma     &te&iukl  -for 

 7^g — f>/a.Y7f~ — m/x — a^aatf^gy  a.n  J  7^J>e  */jJ>  nLa*7*}-*e-rt,r*  j  

— &ta — rfh<? — jCir&J  eriT?  7JLs.  /6°  f£A  ■?  S,  <fA-e^t^^,^a     y*/~*>t*f   4"  ■*  a/sUi 

 Jj>t°f>  rt  C.ei  Ujj[?/<?fe</,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  tf,//,^* 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-cJb -v^V 


PROJECT  NO.:  9s-*/**} 
PRO  J.  NAME:    P^k  QtL 




LENGTH: 
COUNTY: 


CONTRACT  TIME:  ^  ^j^y  £^ 
ORDER  TO  PROCEED  DATE:  g-/9-jg? 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  ^  g?*.^**.^ 
CONTRACTOR:  A*,W,  Jk^^t^lJ?^ 
FROM  (town): 
AWARD  DATE: 


£-29 '-S3 


DATE  WORK  STARTED:  9-7~<f.? 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      X<  /jaJsfc*   TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:       /  ADDRESS: 


GENERAL :   ^  6U*eJL  ^»~~      ^  OLtU^uU. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^-3o~<#4 


PROJECT  NO.:  XP  ?a- <t  (<<,,)  M  ±A 
PRO  J.  NAME: 

LENGTH:  

COUNTY :  g>  ^„  


70  U&ud&a*  CLpSL 


CONTRACT  TIME 

ORDER  TO  PROCEED  DATE:  4-/6 

%  COMPLETE:  /ao  

%  TIME  USED:  2  7  

NO.  MEN  EMPLOYED:  n 


CONTRACT  AMOUNT:     $    ^  £9/ .  £4 

CONTRACTOR:    ^£y^g  ^a„J, 

FROM  (town):   

AWARD  DATE:  //-7-JP.l  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     /(,  //^/^^  TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Guu/!dt  gems 


GENERAL:   7ev<*  J^^'t-,  /P^r soyttus/  O^Zeld  "j  " 

<P-3  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  g/t_<_<Af<S^> 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ~7  ~7_-&4- 


PROJECT  NO. :  JCDBQ-S^) S3I  UZ_ 
PRO  J.  NAME:    ^^^S  -  SouTtt 

LENGTH :      nn  M.t   

COUNTY:     Sy£  I-loPAl  

CONTRACT  TIME:  ZZO  lJt>EKUj€> D/iVS 
ORDER  TO  PROCEED  DATE:     /Q -3 

%  COMPLETE:       IS  "7*  

%  TIME  USED:  i^°70  

NO.  MEN  EMPLOYED:  &S  

ACTUAL  COMPLETION  DATE:  - — ' 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^  

EFFECTIVE  OPENING  DATE:  ^ 

PROJECT  MANAGER:     D.C,  )CiTTPiL^OA/  TELEPHONE:  639   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ZO       ADDRESS:       P.O.  CA^Z.  

GENERAL:      Qg&O&g&k  £ooo,  Unrxi  1st  R£o<£. &=ZS>  Cs>li*>j  <>r/=Q  Q/=^ 
ttbM  73  £33-r3£9.  Pi  per  /Qpe.  /AJ<>T/)LL.£Q  ttaM 

fig  Couplet//) aJ  Aze  Phc^oto^  •  Mtsc.  lz&j£_=2£flLi  <£&9£&fe 
-  $4%  '  UeAMlBQE.  -  3CS7o<  ^T/sor.T/je&s  -Z070.  £4/&j£&£&4i&  fee  - 


CONTRACT  AMOUNT:     $  14  726,  Z77.  59 
CONTRACTOR:     Qefcgz  QmUmAJ^tSFS.^C* 
FROM  (town):     BoTT^  MoaJTjQUA 

AWARD  DATE:  g-3Q-<S3  

DATE  WORK  STARTED:  Z-Z1-&3  

PROBABLE  COMPLETION  DATE:  /Q-/-SS 

NO.  DAYS  WORKED  PER  WEEK:  J£  

NO.  SHIFTS  PER  DAY:  J  

NO.  HOURS  PER  SHIFT:  3  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

I  ID  90-9  (36)531  U-1 
I  ID  90-9  (38)549  U-1 
PROJECT  NO.:    F  74-1  (2)  0  U-1  

PRO J.  NAME: 

LENGTH: 


COUNTY: 


Fencing  Lodge  Grass  to 
Wyoming  Line 

 ?4.1  M?1pa   

Big  Horn  


CONTRACT  TIME:    See  Contract 


ORDER  TO  PROCEED  DATE:  7-5-83 

%  COMPLETE:  91  

%  TIME  USED:  0 


NO.  MEN  EMPLOYED: 


0 


ACTUAL  COMPLETION  DATE: 


June  30,  1984 

CONTRACT  AMOUNT:     $     486, 990.61 
CONTRACTOR:    Crow  Tribe  of  Montana 


FROM  (town) :  Crow  Agency.  Montana 
AWARD  DATE:         July  5,  1983  


DATE  WORK  STARTED: 


July  26,  1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


5-1-85 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  N/A 

PROJECT  MANAGER:         Schaak   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:       0  ADDRESS: 


343-2501 


P.O.  Box  366 


Wyola  Montana  59089 


GENERAL :     No  work  was  done  on  the  project  during  the  reporting  period.  No 
^Z&uZm  mee*v  work  will  be  done  on  the  project  until  the  Roadway  Grading 

 work  has  progressed  sufficiently  to  allow  the  completion  of  all 

of  the  remaining  contract  items. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:     June  30,  1984  

I  ID  90-9  (62)543  & 
PROJECT  NO.:  P  74-1  (2)  0  U-2   CONTRACT  AMOUNT:     $      7,  977,895. 95 

PRO J.  NAME:  Wyola  south  &  Wyola  Conn.      CONTRACTOR:   Hilde  Construction  Company,  Inc. 


LENGTH:          5.8  Miles 

FROM  (town):     Great  Palls, 

Montana 

COUNTY:       Big  Horn 

AWARD  DATE:  8-26-83 

CONTRACT  TIME:          220  WD 

DATE  WORK  STARTED:  4-9-84 

ORDER  TO  PROCEED  DATE: 

8-29-83 

PROBABLE  COMPLETION  DATE: 

8-1 5-85 

%  COMPLETE:  14 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  27 

NO.  SHIFTS  PER  DAY: 

2' 

NO.  MEN  EMPLOYED:  63 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Schaak   TELEPHONE:  343-2501  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    JIO_       ADDRESS:   P.O.  Box  366  

 Wyola,  Montana  59089 

GENERAL :     Work  in  progress  consists  of  Hilde  Construction  Company,  Inc.,  grading 

 between  the  beginning  of  the  project  at  sta.  634/04  to  737/00,  and 

 on  the  Wyola  Connection  Road  between  sta.  20/19  to  94/00.  The  subgrade 

 has  been  completed  in  these  areas.  The  grading  operations  have  moved 

 back  to  the  V.yoming  Line  North  project.  


Martinez  Construction  Company  is  installing  Drain  Culverts  between 
sta.  737  to  810..  and  have  began  assembling  the  12'2"S  x  11'0"R  Veh. 
U  Pass  at  sta.  737/00.  


 Grading  Items  are  35%  complete,  Drainage  Items  are  55%  complete. 

 A  10  person  engineering  crew  is  assigned  to  Construction  inspections 

and  layout  work. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       June  30 >  1984 

PROJECT  NO.:       I  ID  90-9  (38)549  U-2       CONTRACT  AMOUNT:     $  7.26l,l80.56 

PROJ.  NAME:     Wyoming  Line  North  CONTRACTOR:       Hilde  Construction  Company,  Inc. 


LENGTH:  5.2  Miles   FROM  (town):       Great  falls,  Montana 


COUNTY:        Big  Horn 

AWARD  DATE:  8-5-83 

CONTRACT  TIME:          220  wd 

DATE  WORK  STARTED:  9-6-83 

ORDER  TO  PROCEED  DATE: 

8-5-83 

PROBABLE  COMPLETION  DATE: 

6-1 5-85 

%  COMPLETE:  26 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  33 

NO.  SHIFTS  PER  DAY: 

'  1 

NO.  MEN  EMPLOYED:  18 

NO.  HOURS  PER  SHIFT: 

9 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Schaak   TELEPHONE:  343-2501  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _8_       ADDRESS:   P.O.  Box  366  

 Wyola,  Montana  59089 

GENERAL :      work  in  progress  consists  of  Hilde  Construction  Company,  Inc., 

 excavating  for  the  Channel  Change  right  of  station  1050  to  1057* 

 The  Grading  operation  moved  back  onto  the  project  on  6-28-84  and 

 are  working  between  station  1091  to  1121.  


Kartinez  Construction  Company  placed  the  "DO"  concrete  Cut  Off  walls 
for  the  60"  CSP  at  station  986/OO,  and  the  Cut  Off  walls  and  concrete 
collars  for  the  Vehicular  U-Pass  at  station  1174.  He  also  began 
placing  class  AC-DC  concrete  for  the  concrete  lined  ditch  right  of 
1050  to  1057.  


 Cop  Construction  Co.  placed  CL.  AD  concrete  for  the  End  Abutment  walls 

at  the  Aberdeen  Structure.  A  deck  pour  is  scheduled  for  6-28-84. 

Grading  Items  are  41$  complete,  Drainage  Items  are  56^  complete, 
CL.  AD  concrete  is  70$  complete,  Structures  as  a  whole  are  26$  complete 
DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 

YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &-27-84  

PROJECT  NO.:    7#  <?4-ZC23)fO  CONTRACT  AMOUNT:     $  2}/87}£/<L.&9 

PRO  J.  NAME:     M&Ol&M  MtUS  CONTRACTOR:  Cg^S77  ££>.j 

LENGTH:      //,  9  /VllL£S   FROM  (town):    £t2&Qir  FAZM^  

COUNTY:   YELLOWSTONE  ~7Z>£A<UJP.£.  AWARD  DATE:  //-3Q-&3  

CONTRACT  TIME:       9P  WD.   DATE  WORK  STARTED:  2-/7~&f 

ORDER  TO  PROCEED  DATE:     4-/6 "&4  PROBABLE  COMPLETION  DATE:   ' 


%  COMPLETE:  /OD°/r>   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  29%    NO.  SHIFTS  PER  DAY:   /_ 

NO.  MEN  EMPLOYED:  3   NO.  HOURS  PER  SHIFT:   8 

ACTUAL  COMPLETION  DATE:  ^J'8^j- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ^ — 


PROJECT  MANAGER:    /P/J^n /?  S/WVMtu/    TELEPHONE:     245*  98Q2. 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     Dj&TT  Of=  //WfS 

BiLLd&l££j  7?T77 


GENERAL:      ~7*E Pfo.TfCT  WAS  dD/DPLenTD  jQd£i=PTe£>  O/J 

June,  u      cmm  ML  nmss.  &m  &gg£&e@M££  #&*6  mo^> 

£o/7?/>ti=T£0<  ;  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ~  27' 

PROJECT  NO. :  a?7^  4-JC7)34> //fry  70-/4)D CONTRACT  AMOUNT:     $  SOZ .  OO 

PROJ.  NAME:  ^P^^SSS^ 

LENGTH:  /^Vy/r<?  

COUNTY:    t^fiiW  f  Sr/zAUSATeP  

CONTRACT  TIME:  3Y  fj£P77  /) 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  3^Q  

%  TIME  USED:  ^  

NO.  MEN  EMPLOYED:  5 
ACTUAL  COMPLETION  DATE:  •*> — 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  " — ;  

EFFECTIVE  OPENING  DATE:  >*- 

PROJECT  MANAGER:   T?^,JiD  TELEPHONE:      245-  9SOZ  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:    f)t?crr  OF  H '  fWS  

GENERAL:       7Ze   dctf7&/)<?7T>/?    OoNT//sJU£n    Cl2US/S/rt£  g_ STC€/cPj/J^ 

yz  /M  ££  24  Cane?  /rjATZfe/A/  *  /Se  pzaxs  7b  sTAei-  se/tc 


CONTRACTOR:     ^ALMESOtJ  /W<77  Ct>. 

FROM  (town):  /J/Q/ZDj/J  

AWARD  DATE:   

DATE  WORK  STARTED:  5'Z/-84- 
PROBABLE  COMPLETION  DATE:      Q-  f-84- 
NO.  DAYS  WORKED  PER  WEEK:  Jjy 

NO.  SHIFTS  PER  DAY:   £  

NO.  HOURS  PER  SHIFT:   $  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     OZ^r  &6 

PROJECT  NO.:    /fegj^Sj^LJ*!*^.  CONTRACT  AMOUNT:     $  ^g<?y  ZG 

PROJ.  NAME:  CONTRACTOR:       Cc^^y  P*^,'„1 

LENGTH :     2qa/,'/^  e  *    FROM  (town):         jLeu>**£o~~  , 

COUNTY:  iL  ~  J   AWARD  DATE:  OS  -30  -  S> ^- 

CONTRACT  TIME  -On  *r  B»  jsudt  S^J .  /  Jttj-  DATE  WORK  STARTED:   


ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE: 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  NO.  SHIFTS  PER  DAY: 


NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:    ' 

PROJECT  MANAGER:    f)^  pel/Z^e.  TELEPHONE:         £~3 / 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        jfes).  ^  ^  <y  / 


GENERAL :  ^*&U**J*mxJLlZ   Om*  £~o~*<-  ^  ~        /J  ;~ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  22,  1984 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


F  57  -  3  (13) 
Grassranqe-West 
9.7  Miles  


Fergus 


CONTRACT  TIME:    80  Working  Days 


ORDER  TO  PROCEED  DATE 
%  COMPLETE:  93 
%  TIME  USED: 
NO.  MEN  EMPLOYED 


6/21/83 


83 


15 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $1,373,185.80  

CONTRACTOR:  Glenn  Rehbein  Excavating.  Inc. 
FROM  (town):    Lino  Lakes,  Minn. 

AWARD  DATE:      May  31.  1983  

DATE  WORK  STARTED:     July  28.1983 


PROBABLE  COMPLETION  DATE:  7/1/84 

NO.  DAYS  WORKED  PER  WEEK:  _j  

NO.  SHIFTS  PER  DAY:   1 

NO.  HOURS  PER  SHIFT:  12 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  _ 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    Robert  A.  Passow  TELEPHONE:  428-?4?5 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3  ADDRESS:      P.p.  Box  844 


Grassrange,  Mont.  59032 


GENERAL:     Sub  Contractor  Riverside  Contracting  Inc.  on  6-19-84  hpgan  Spal  and 

Cover  operation  worked  3  days  12  hours  a  dav  and  finished  6-21-84.  

Used  285.19  Tons  of  CRS-2  oil  for  a  average  of  0.41  gallons  per  Sq.  Yd.. 
Used  1915.34  Tons  of  Cover  Mateeial  h"  Gr.  2A  for  a  average  of  22.8  1bs7Sq.  Yd. 

 On  6-25-84  Mark  Rite  Line.  Inc.  anticipates  doing  the  striping  of  Yellow 

and  White  4"  Epoxy.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 

/c  7 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      June  22,  1984 


F  57  -  3  (09)  121 


Winnett-West 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  9.1  Miles 

COUNTY:  Fergus/Petroleum 


CONTRACT  TIME:  162  Working  Days 
ORDER  TO  PROCEED  DATE:  8/26/83 

%  COMPLETE:  _40  

%  TIME  USED: 


CONTRACT  AMOUNT:     $  5,517,998.81  

CONTRACTOR :    Hilde  Construction  Co.  Inc . 

FROM  (town):     Great  Falls,  Mont.  

AWARD  DATE:  8/^5/83  

DATE  WORK  STARTED:  8/30/83 


31 


NO.  MEN  EMPLOYED: 


44 


NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Robert  A.  Passow  TELEPHONE: 

ADDRESS: 


DATE: 

1984 

WEEK: 

5 

1 

9 

Robert  A.  Passow 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  13 


428-2425 


P.O.  BOX  844 


Grassrange,  Mont.  59032 


GENERAL:  Work  accomplished  this  period  consisted  of  Hilde  Construction  of  finishing 
grading  and  spreading  topsoil.  On  6-7-84  completed  hauling  1"  CBC  Gr  6-A  to  road. 
On  6-8-84  started  producing  Cement  Treated  Base.  Have  40  men  employed  working  1-9  hour 
shift  5  days  a  week.  Suh  Contractor  Marti nP7  with  4  mpn  pmplnypd  working  1-9  hour 
shift  5  davs  a  week.  On  5-31-84  completed  pipe.  He  is  still  salvaging  existing 

Bit.  Surf,  where  possible  and  shooting  MC  70  oil.  

Items  and  percent  complete  are  as  follows: 15, 047  Units  of  Traffic  Control  Devices 
for  30%;  849.5  Hours  of  Traffic  Control  Flagging  for  24%;  34,286.6  Sq.  Yds,  of  rem. 
&  stkpl  old  Bit  Mat  for  29%;  430,000  Cu.  Yds,  of  Excavation  Unclassified  for  99% ; 
44,183  Tons  of  Base  Course  1"  Gr.  6A  for  94%;  1.493.6  Tons  of  Blotter  Material  for  85%; 
42,220  Tons  of  Cement  Treated  Base  for  31%;  2,009  Tons  of  Cement  for  33%;  299.9  Tons 
of  Liquid  Asphalt  MC-70  for  59%;  24.8  Cu.  Yds  of  Concrete  Class  DP  for  26%;  Farm 

Fence  Tpye  FBM  3,267  Rods  for  87%;  Type  F5M  1,471  Rods  for  73%;  Single  Panels  FW 
75  ea.  for  40%;  Double  Panels  FW  160  ea.  for  100%;  Temporary  Fence  450  Rods  for  85%; 
Cattle  Guard  16"  Ft.  1  for  100%;  Reset  Miscellaneous  Items  1  for  100%;  Reset  Cattle 
Guard  1  for  100%;. 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  '£Ld4£l4&Z 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      sTo/J^    3o  y.9^V 

PROJECT  NO.:       y?7  saa2_    (7_)  CONTRACT  AMOUNT:     $    #<-7  3jf/..*jT 

PRO  J.  NAME:      jgmmZ&-     <&2&G>.  CONTRACTOR:  XA/t 

LENGTH:  33   FROM  (town):       ^/^jC/^  5 

COUNTY:       ^/z^^r^   AWARD  DATE:     A&y^rt^  7 

CONTRACT  TIME:       ,9^    ^J^^y^^  DATE  WORK  STARTED:      xV^£^/  /V  ;S8</ 

ORDER  TO  PROCEED  DATE:    ^£&^   /^/S>#y  PROBABLE  COMPLETION  DATE:    g^r.  /s~  jvxy 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  &  

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  4//*  

EFFECTIVE  OPENING  DATE:  A///I 

PROJECT  MANAGER:    <^gg    s^^a/  TELEPHONE:       zyg  -3Bz.rz  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  tg£  /S>/t^i<Ss?n 

GENERAL:     -^frfr    &&&e063ZUS.            A&bUJiAs&L    t & -"  <£J3£jL  f  s^sr?»as./y 

Sft/rt*     £ZZ&jAA  <A>^    ^./*/*        rTA*#J?&  z^e  <£uSjb — ?  f  ,  ^//S.ftC? — 

£2.       25  gzaga^gss  ,   ^^^^^e  /y  gaaui  <*sv  ^  ?  Zfe  

spue/  A?£jiJ>  T*p      yg/^^o  /*    OjBBa  ?  ^^Vg/f-  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <T--?0-/?4 


PROJECT  NO. : 

PRO  J.  NAME:  ^£at  &£2L!!L*£ 
LENGTH :  /?  /  /*>/>s  -t^^.f~i'^n 
COUNTY:  Vs*//*^* 


CONTRACT  TIME:  C^uUn 

ORDER  TO  PROCEED  DATE:  9  "P'S 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  42  992*  a  a 
CONTRACTOR:    M/J/~„J  ^setcA: 

FROM  (town):  J?t'///«7*  

AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  , 

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:   /j/^  J^BSH  dLzj*^  CUl   //jf>  — jSumt^  cdf~ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  J- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ~  e  30^  II  9-^- 

PROJECTNO.:     //£S  <fS-zC/)37  CONTRACT  AMOUNT:     $   £      39  9. 0  Q 

PROJ.  NAME:^^^-.^  /ML*"f  CONTRACTOR:        AW-*^  /Z,^t.  ^ 


LENGTH: 
COUNTY: 


FROM  (town): 
AWARD  DATE: 


<3  4  -aS-S^f- 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:    <3>4~30-  &<f- 

%  COMPLETE:  /qq  

%  TIME  USED:  Q  

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  6S-AA~iej- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


2jsl  /<?  0   'Pf  Ocs>tJ~>/~  ~/r>  , 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     CTZ^  e.  ^ 


PROJECT  NO.:     M  J^S  63  -  ICz)  7  CONTRACT  AMOUNT:     $  Ji '   93  +  .  <?Q 

PRO  J.  NAME  :A(i>*4L  *i '  (UJbsAa*  tfmm  /^CONTRACTOR:     •  £tMJSS&Jk&£*4# 


LENGTH: 
COUNTY: 


FROM  (town): 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


OS  -  /s- 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /0  0 

%  TIME  USED: 


3J_ 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:  d4>-  14-  94- 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:    • 

PROJECT  MANAGER:     T>^L    /l*  /ore  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


04 -/3- 9+ 


GENERAL: 


r 


sag  /Z>  e*. 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      JT^~f>  J?^  J<j£"f 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT:     $^  9SS  rfir.to 
CONTRACTOR:  S^j/^^uJa^  uJOo.^. 

FROM  (town):  &Z&Af**  

AWARD  DATE:  -  yf  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  g4 

%  COMPLETE:  35  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


2  r 


PROBABLE  COMPLETION  DATE:  fr-  /  -^4. 
NO.  DAYS  WORKED  PER  WEEK:  S 

NO.  SHIFTS  PER  DAY:  /  

NO.  HOURS  PER  SHIFT:  JO 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:      D^Jt  TELEPHONE 

ADDRESS 


I?«./e  Tie  i/^Vf- 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P,  0.  /Sa7£  4.  Si 


GENERAL: 


— flan  -^j-n  e  Jar~  d <r  .s — P  a/^u/f'^^ d^dLe.  t>  -~    c/s  *   


IP 


P  1-7  r-r  <*- s 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  &j£l/At6S 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    'Jl/ME  .?Q 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  TIME:        /20    Ul  £2 
ORDER  TO  PROCEED  DATE:      7//^  S3 


%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


93, 


/2 


CONTRACT  AMOUNT:     $  3^  73(d.  KO 

CONTRACTOR:  tf.Oi&r  do. 

FROM  (town):     G#J=#r  /ZU.'Z.  /floAtf? 

AWARD  DATE:       'XuflE  /?R  g  

DATE  WORK  STARTED:     UuL^  j£&  /983 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  QAY:   

HOURS  PER  SHIFT: 


3  


NO. 


ACTUAL  COMPLETION  DATE:  ^j/zs/E1/ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  &/Z5/&4 

PROJECT  MANAGER:     //.  077737/9 A/  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /£)  ADDRESS:   


6/ 25/ si 


GENERAL:  7^5   SVMU       /A/Sfi&JTto*    &A/£>  A^<LEP7ZJlK£r 

Qj£  77/B  P/iottcr  /jjfis   Xcjfje  ess  iVfrt.   tux  /tee 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /3/*jLSS/45 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^>'27-&^ 


PROJECT  NO.:    S/AP   44^9' 83l 
PRO  J.  NAME:  STATE  M/3///TEaSs?AJOZ 

LENGTH:  .--C--  

COUNTY :     ^.^g  f  /Vl&So/J 
CONTRACT  TIME:  90  U/ /0.  


CONTRACT  AMOUNT:     $  279,  730>00 
CONTRACTOR:    &Ooie-r /Vsr^r/oJ 

FROM  (town):    /W,jj£S  C/Tf  

AWARD  DATE:  //'30"83  


DATE  WORK  STARTED:  3~d>-8<f- 


ORDER  TO  PROCEED  DATE:  /2-/9~83 

%  COMPLETE:  80  

%  TIME  USED:  8/  


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  UrtKO\p/J 
NO.  DAYS  WORKED  PER  WEEK:  £ 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/o 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  ~* 

PROJECT  MANAGER:  P  ^jJUOJ/jjJ     TELEPHONE:      24S'  98QZ. 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     C_       ADDRESS:     D,~PT.  <D£  s/WVS 


GENERAL:     Wog*  CONSISTED   OF  JtdUtirtG.  $  (STOCK  Pi  LJAJA  '/z  S/V.    G>k  4  £) 

e&ts#4se.  was  Q&si££&&a  &n  ^tt^j^ 

SllPPOJ\  EDL  f  £>HgeHASC£>  $  7%i£  <2o*Jre./)£To £_    /OjLAtfS  7b 

7b        2£>/nPi.&T£0  TTWJjW&Ct  

£/!/2£o<d  CowtI  -  &S%  do/nPcerF.  

yeLcOtu  STQVj*  dnuvTY  -  2&%>  dQ'"P<-£Tlr  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^7^1,  e?  3rt  /9S^f- 

PROJECT  NO.:      JS/?   GO  S<f   DATE  SURVEY  AUTHORIZED:     j^,^  /  za  /&S4- 

PROJ.  NAME:   A/^JsL/f  &Je*  ^'J^    DATE  WORK  STARTED:   

LENGTH:  ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:  jgfc  Je  %2&  gjfe  <£■  TELEPHONE:  /TSP-f?-?-*/ 
NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:   


r 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT 


0  /LL/A/^s, 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     d~  30  -  S  </ 


PROJECT  NO 


:     6  Z  to  4-<?  fa  )  DATE  SURVEY  AUTHORIZED:      jT-  f -  f  4- 


PROJ.  NAME:   ^^^jj  rcMc-  /('If 'eft   8£,  DATE  WORK  STARTED:       4  *  /*2  "  &  4~ 


LENGTH:  ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     K  >n  *  ^  TELEPHONE:        ^  5"  f-t3Q 


NO.  PERSONNEL  ASSIGNED:      _j7   %  COMPLETE:   S~ /{j 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:      BUI  /A/&$ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      t>  -  J  0  -  8  4-  

PROJECT  NO.:    BR    9  Q  (  g )  DATE  SURVEY  AUTHORIZED:  t '  -  Z  &  -  <P  4- 

PROJ.  NAME:      D     C  K    Crf ,  tfonji  DATE  WORK  STARTED:   

LENGTH:    ESTIMATED  COMPLETION  DATE:  gyK 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      R'  HA  *N  TELEPHONE:        Zi  2  -4-13  8  

NO.  PERSONNEL  ASSIGNED:  a  %  COMPLETE:   0_  

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  8iLL,nj^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       £-30-2  4- 


PROJECT  NO.:  t^zllf^l  j  7  7  DATE  SURVEY  AUTHORIZED:  f-Z-f3 


PROJ.  NAME:    £r  «y  <S/V//f  &  /  &  DATE  WORK  STARTED:       fz  -         f  ? 

LENGTH:  7,0   M/c±S   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     K.  ^WArTrf^  TELEPHONE:         2  4-/3  & 

NO.  PERSONNEL  ASSIGNED:       3  fro  g~  %  COMPLETE:  7£~ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     3  ILL  1U6  r 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      4~3°~  tz"  


PROJECT  NO.:      B£  9 O  g  £  ffj   DATE  SURVEY  AUTHORIZED:  £ 

PROJ.  NAME:    fioctf  CfiefX  5 true/.         DATE  WORK  STARTED:  ^-^3' 

LENGTH:   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:   K.  TELEPHONE:      g.S'Z-  4-*  *  6  

NO.  PERSONNEL  ASSIGNED:  O  %  COMPLETE:   ____ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  g/LL/N&S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      &-3o-  8  4- 


PROJECT  NO.:  BR^AARllL 


DATE  SURVEY  AUTHORIZED: 


/Z  -ZO  -J>  % 


PRO  J.  NAME:  STiUVAreK.  Q±££  8/2  ■  DATE  WORK  STARTED:  jgl££l£  j* 
LENGTH:  


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    ^.  H*^-m^   TELEPHONE:  4-  j  jS 


NO.  PERSONNEL  ASSIGNED: 


4~ 


%  COMPLETE: 


j£  S""  "/p 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


'/i 


DISTRICT:  B/ljjrfgJi 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      &Utf£  3Q;  /9&j 

PROJECT  NO.:      DP  m^-jjl)  /&  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:       BuS&j  '   S&UfH  DATE  WORK  STARTED:      tflflMJt  2^  /9&3 

LENGTH:  £j[  4  /flILES   ESTIMATED  COMPLETION  DATE:  &/2?M9 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     //  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:  %  COMPLETE:   ' 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DIRECT  PARTICIPATION 
FEDERAL  HIGHWAY  ADMINISTRATION 
May  15,  1984 


MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


May      15,  1984 

» 


PROJECT 


LOCATION 


LENGTH 


TYPE 
WORK 


PERCENT      %  WORK  COMPLETED 
TIME  AND  ESTIMATED 

USED  COMPLETION  DATE 


CONTRACTOR  AND 
CONTRACT  AMOUNT 


MT  ERFO  81(4) 


Helena  NF ,  Lewis  &  Clark, 
Broadwater  &  Powell  Co. 


.123    X081.X001  &  X001 


91% 


62%         U.S.  Small  Business  Adm 
09/13/83         Morning  Star  Ent . ,  Inc. 
(Subcontractor ) 
$279,000.00 


FHP  19-1(2) 
FHL  19-1(2) 


Darby  -  Lost  Trail 
Bitterroot  NF 
Ravalli  County 


4.451    Grading,  Base,  + 
Bituminous  Paving 


25% 


43%         Washington  Const.  Co 
08/30/84  $2,526,990.35 


MT  ERFO  81(3) 


Avalanche  Creek 

Benton,  Ohio  &  White  Gulches 

Lewis  &  Clark  County 


Grading,  Damage  3% 
Repair 


3%         Swan  &  Sons ,  Inc . 
$231,891.50 


OM-AD  18(9) 


Fergus  &  Wheatland  Co. 


22.982 


Gravel 
(E000) 


Surfacing 


35% 


43%         Konitz  Contracting,  Inc 
05/15/84  $356,732.00 


MT  FH  12-1(1), 
RRS  5-3(18)145, 
FH  72-1(1)  & 
FH  79-1(1) 


Whitef  ish-Eureka , 
Olney  Underpass, 
Star  Meadows  & 
Good  Creek  Roads 


25-432    Grading,  Base  and 

Bituminous  Pavement 
(1000) 


Morrill  Asphalt  Paving 
$3,186,808.40 


